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Insert A: Project Budgets and Schedule - Key 


Budget: RIDOT publishes an updated budget estimating reasonable costs 
for the life of the project. Initial budget reflects the budget at the time the 
Design was completed, a bid was accepted and a Notice to Proceed (NTP) 
was provided to the Contractor. If Initial Budget is blank it is because the 
project is pre-NTP. Projected budget is the current budget at the close of 
the current quarter. Difference displays any variance (+/-) between the 
Initial Budget and the Projected Budget. Projects trending under budget 
will be highlighted in green, those trending over budget will be highlighted 
red. 


Spent: Provides the actual values billed to the project to date. 


Schedule: RIDOT publishes an updated schedule to identify key milestones 
for a project. Advertise is when the contract documents are complete and 
the project is advertised for bids. Notice to Proceed (NTP) is when the 
construction contract is awarded and work may commence. Site Active 
estimates when construction activities will physically begin for the project. 
Complete identifies the point in time at which the project may be deemed 
substantially complete, and ready for use by the general public. Completed 
phases will be shown in italics with darkened fields. Status identifies the 
current phase the project is in: Design, Advertise, In Construction, & 
Substantially Complete. 


| |_| 


Route 107 1R Improvements 


Budget Spent Schedule 

Initial Projected Difference To Date Status Advertise NTP Site Active Complete 
Design S 04/5 04 °=5 - S 0.1 In Construction Oct-15 Mar-16 NA 
Construction $ 2.6 2.6 $ - S$ - _ Performance 
Other iS 14 °$5 14° S$ - S 0.2 | Anticipated Completion at NTP 

“Contingency $ 0.2 = S$ 0.2 5S - S - | # of Months Late 

Total $ 45 $ 45 isn a $ 0.3 im % Construction Change Orders: 
PTSID: 0076N | | Design as percent of Construction: 
Type: Pavement L Other as percent of Construction: 


Design: Includes costs for design contractor/consultant 
Construction: Includes costs for construction contractor services 
Other: Includes costs for right-of-way acquisitions, utility work, 
project oversight 
Contingency: Budgeted value to be utilized to address unfores 
issues. Contingency value is a reflection of the risk remaining on th 
project. 


Budget Contingency: At notice to proceed, budget 
contingency is typically set at 5% of low bid. 
Schedule Contingency: At notice to proceed, 
schedule contingency is typically set at 10% of the 
contract duration. Deviations from this standard 
may occur due to winter shutdown. Winter 
shutdown typically takes place from December 15 
from April 15 but is weather-dependent. 

Total budget estimate to deliver the project. 


Performance 

Anticipated Completion at NTP: Identifies the substantial completion 
date which was established at the Notice to Proceed (NTP) phase 

# of Months Late: Displays the difference between the Anticipated 
Completion at NTP with the current Schedule Complete date. Positive 
values indicate that the project is behind schedule and are highlighted red; 
negative values indicate that the project is ahead of schedule and are 
highlighted green. 

% Construction Change Orders: Ratio of the value of approved change 
orders versus the original contract award value 

Design as percent of Construction: Ratio of the budget values for Design 
versus Construction 

Other as percent of Construction: Ratio of the budget values for Other costs 
for producing the project versus Construction. 


PTSID: Project Tracking System Identification — A unique identifier in RIDOT’s systems to track schedule, budget and asset related activities. 

Type: Identifies the RIDOT Project Pipeline which sponsors the project (Bridge, Maintenance & Operations, Pavement, Storm water, TAP/Other, Traffic, & Transit) 
Comingled Design: Historical financial information for Design costs were not tracked to the project level. As of 2015, all new Design contract costs are tracked to each 
individual project, and RIDOT has begun to track design costs to the project level for most Legacy projects going forward. Due to this inaccurate reporting, it is not 
possible to identify design costs at the project level for most legacy projects. For Legacy projects where design was comingled, initial total project costs are NA. 


Note: All dollar values are in millions and rounded to the nearest $100,000.00. 


Color Coding: Additionally, certain key items are color coded throughout as indicators of performance, as described below: 


: On Budget* 
On Time S Change Orders 
Status Color 

Status Color Range 
Ahead of Schedule ‘Dark Green. Dimeydeet Sieen 0-5% 
On-Time Green Over Budget Red Eanes 
0-6 months behind Yellow 10%+ 
6-12 months behind Red 


*RIDOT uses yellow dots on signs for budget for projects with high change orders or high soft cost that are still within initial budget 
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Changes from Last Quarter 
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Changes to Budget this: QUArEL: .occcccccscerecechesiies cexcassessdaiscssdnstscuacdeusvcsuvestectcouceadaavadsdvlebescdsdvecbcdaveaddceseutdbcaceveetetbesberteseccbec A-41 


Index of Projects by Municipality 
Indexof Projects by MUNICIPalit yes. c2.ccaecs.eceecsesaeseeteescvstvasezece snesendecitenrs tutes neactsmepeesvattinnien yen naahhaseatstastaetedetees A-43 
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FFY14 


FFY14 
BRIDGE 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [.01—Feb-12 }| 04-Apr-13 | 25-May-17 
Design NA $0.008 NA ($0.001) 
Construction $1.500 $1.570 $0.070 $0.905 Anticipated Completion at NTP: 31-Oct-14 
Other NA $0.979 NA S0.730 ap miontheilare: 
Contingency $0.085 $0.000  (S0.085) $0.000 ae Conctniction changé Grder 7% 
Total Ne $2.556 31.634 Design as Percent of Construction: NA 
ED. Sauk NEE; BRIDGE al a4 Other as Percent of Construction: 62% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.002 NA ($0.002) 
Construction $2.600 $2.804  $0.204 $2.627 Anticipated Campletioniatl NTF: 29-Feb-16 
Other _NA $1.738 NA $1.821 eorRnenthe late: 
Contingency $0.130 $0.000 0.130) $0.000 SAGE RCIOn Granee orden 11% 
wots! aus $4.544 34.446 Design as Percent of Construction: NA 
psp ies) NEE SERIDGE Other as Percent of Construction: 62% 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-May-13 | 29-Aug-13 | 06-Apr-17 
Design NA $0.203 NA $0.085 
Construction $15.300 $15.956 $0.656 $15.245 a . ; 
Gther NA $3.115 NA $2,869 ee at NTP: 30-Nov-17 
Contingency $0.765 $0.000 ($0.765) $0.000 se Conetruction Changs Orden 3% 
iota! as $19.274 $18,199 Design as Percent of Construction: NA 
PED OTe TPES HIDGE wileeacy Other as Percent of Construction: 20% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.254 NA $0.149 
Construction $8.447 $8.349  ($0.098) $8.162 Anticipated’ Completionat NIP: 34-Jul-17 
Other _NA $2.642 NA $2.519 or months lace: 
Contingency $0.422 $0.001  (S0.421) $0.000 Scent Ocuon Grange Orden 19 
Ups Ne uUEEE 310.829 Design as Percent of Construction: NA 
BSD Ee DIRE: SNDICE vee Other as Percent of Construction: 32% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $6.220 NA $0.000 
Construction $4.657 $4.843 $0.186 $4.841 oe : . 
other "NA $1,512 NA $0,550 OU LER oa at NTP: 31-Jul-16 
Contingency $0.233 $0.000 (S0.233) $0.000 Be ance Change Bidar: 2% 
Total Ba $12.575 $5.390 Design as Percent of Construction: NA 
PIS: aun he eer vi Peeay Other as Percent of Construction: 31% 


FFY14 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 3 

Design NA $4.175 NA $1.769 

Construction $68.931 $74.449 $5.518 $69.126 Anticipated Completion auntie: 31-Mar-16 

Other NA $24.721 NA $22.990 Hor He late: 

Contingency $3.447 $1.257 Oumaorensvals: 

Total NA $104.602 % Construction Change Order: 11% 
td = Design as Percent of Construction: NA 
EID een TNE SERIDGE Other as Percent of Construction: 33% 

a a 

Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: é 

Design NA $0.000 NA $0.000 

Construction $2.181 $1.533 ($0.648) $1.499 Anticinated:Compietionat NIP: 30-Sep-16 

Other NA $1.002 NA $0.412 #-of months lake: 

Contingency $0.109 $0.000 ($0.109) $0.000 Se Camcenueran Change enias 59% 

otal a $2,534 $1.911 Design as Percent of Construction: NA 
plea: (rE Ere nelne wv eeacy Other as Percent of Construction: 65% 

Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 

Design NA $0.000 NA (S0.006) 

Corer en eyed) BOLO seloe 262) | Oe ee Anticipated Completion at NTP: 31-Dec-16 

Other _NA $0.119 NA (S0.122) Roc niente ace: 

Contingency $0.082 $0.000 ($0.082) $0.000 O CHREEEHOn ichenwas Order 0% 

Teh! ne $0.998 30.694 Design as Percent of Construction: NA 
pleIbe 2002E RESCUER BING RA Eee) Other as Percent of Construction: 13% 

Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 

Design NA $0.000 NA $0.000 

Construction $0.700  $0.505 ($0.195) $0.489 Anticipated Completion at NTP: a6:Noysie 

Other NA $0.110 NA $0.087 ter mienthsilaca: : 

Contingency $0.033 $0.000 ($0.033) $0.000 ay ConetrdrHon Change Order 5% 

MEL ale 30.615 30.576 Design as Percent of Construction: NA 
EISIPE (O02E TEE Oren reer Other as Percent of Construction: 22% 
PAVEMENT 

Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [19=Mar-14]09-Jul-14] —Nov-17 | 

Design NA $9.414 NA $6.611 

Construction $29.489  $29.800 $0.311 $23.793 Anticipated Completion at NTP: 30-Nov-17 

Other NA 530.869 NA $26.129 ap montheiane: : 

Contingency $1.474 $0.917. (S$0.557) $0.000 of Canskracion change Gide 3% 

Total le 371.000 $56.533 Design as Percent of Construction: 32% 
Epi ter TNRE: ev eMENIT i beerey Other as Percent of Construction: 104% 


FFY14 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [15-Nov-13] 26-Feb-14 | 30-Nov-16 
Design NA $0.000 NA $0.000 
Construction 50.803 $0.811 $0.008  S$0.624 Anticipated Completion auntie: 31-Mar-17 
Other NA S0.477 NA S0.444 Hot months late: 
Contingency $0.040 $0.000  (S0.040) $0.000 CACOnT RUSTON Ghanee order 19% 
ioral Me $1.288 $1.068 Design as Percent of Construction: NA 
DEE: DRE Pay eMENE vee Other as Percent of Construction: 59% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [03-Sep-14 | 15-Jan-15 | 
Design NA $0.001 NA ($0.001) 
Construction $3.710 $3.884  $0.174 $3.386 - . ; 
pare a "NA $1.545 NA $1,534 eee at NTP: 31-Dec-15 
Contingency $0.185 $0.000 ($0.185) $0.000 SiC anstUcHon Change Cider 1% 
Total us 35.430 34.920 Design as Percent of Construction: NA 
Pini OleF IRE: Fy eMeN i beerey Other as Percent of Construction: 40% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.000 NA $0.000 
Construction $0.675 $0.695 $0.020 $0.561 Anticipated completioniat NTE: 30-Jun-15 
Other NA $0.310 NA $0.184 et eacttaee [ERED 
Contingency 50.034 $0.001  (S0.034) $0.000 BF COACUCION Hance Order: 3% 
wots ae $1.005 $0.745 Design as Percent of Construction: NA 
PIENES ESI [MINES BANE! viECEaeY Other as Percent of Construction: 45% 
utdielt ER 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Aug-14 | 24-Dec-14 | 17-Apr-16 
Design NA $0.326 NA $0.237 
Construction $6.926 $6.927  $0.001 $6.273 Anticipated! Completion acNTP: 31-Jul-16 
Other NA 52.053 NA $2.013 ter mienthsilaca: 
Contingency $0.346 $0.006 (S0.340) $0.000 of Canctrution chanke eee 19 
Total ale 39.311 $8,523 Design as Percent of Construction: NA 
FISD: 2003 TPE: VEE (OTHER vi beeacy Other as Percent of Construction: 30% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.000 NA ($0.001) 
Construction $2.423 $2.573 $0.150 $2.455 Anticipated Completion at NTP: 30-Nov-15 
Other NA $1.324 NA $1.278 ap montheiane: 
Contingency $0.121 $0.000 0.121) $0.000 of Canskracion change Gide 3% 
Total ua 33.897 33.732 Design as Percent of Construction: NA 
ee eases RE, TBAREE Other as Percent of Construction: 51% 


Budget Spent Advertise NTP 
Initial Projected Difference To Date Schedule: 
Design NA $0.000 NA $0.000 
Construction 50.649 $0.649 $0.000 $0.525 Anticipated Completion auntie: 
Other NA S0.639 NA $0.586 # of months late: 
Contingency $0.032 $0.000  (S0.032) $0.000 Sr Comeion Change Oren 
Hotel ane $1,288 $1,111 Design as Percent of Construction: NA 
fl DEAUISE PE EEE vee Other as Percent of Construction: 98% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [26-Sep-14] - [al Stiketol ils 
Design NA $0.000 NA ($0.001) 
Construction $2.319 $2.319 $0.000 $2.284 - . ; 
Other "NA $0,530 NA $0,454 Unione rele eal at NTP: 31-Dec-15 
Contingency S0.000 $0.000 $0.000 $0.000 ei-Construction Change Onder 0% 
Total ula 32.849 $2.737 Design as Percent of Construction: NA 
ple een FES TBAGEIE i beerey Other as Percent of Construction: 23% 


FFY 2015 LEGACY PROJECTS 
Insert A 


FFY15 


Advertise NTP 


FFY15 
BRIDGE 
Budget Spent 
Initial Projected Difference To Date 

Design NA $0.090 NA $0.069 
Construction $2.100 $2.100 $0.000 $1.850 
Other NA $1.042 NA $0.989 
Contingency $0.100 $0.003 (S0.097) $0.000 
Total NA $3.235 $2.909 
PTSID: 0156A TYPE: BRIDGE iv) Legacy 


Complete 


Schedule: [18-Sep-15 | 12-Jan-16 | 01-Nov-16 
Anticipated Completion at NTP: 31-Jul-17 
# of months late: 
% Construction Change Order: 23% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 50% 


Budget Spent 

Initial Projected Difference To Date 
Design NA $0.065 NA $0.017 
Construction $0.550 $0.458  (S$0.092) $0.377 
Other NA $0.325 NA $0.321 
Contingency 50.049 $0.000 (S0.049) $0.000 
Total NA $0.848 $0.714 
PTSID: 0153D TYPE: BRIDGE iv) Legacy 


Budget Spent 

Initial Projected Difference To Date 
Design NA $0.425 NA $0.389 
Construction $14.000 $12.500 ($1.500) $11.558 
Other _NA 52.188 NA $1.540 
Contingency $0.700 $0.000 ($0.700) $0.000 
Total _ NA $15.113 $13.487 
PTSID: 0143D TYPE: BRIDGE iv] Legacy 


Budget Spent 
Initial Projected Difference To Date 
Design NA $0.133 NA $0.106 
Construction $6.200 $7.130 $0.930  $6.962 
Other NA $1.513 NA $1.438 
Contingency $0.313 $0.000 0.313) $0.0 
Total NA $8.776 


PTSID: 0113L TYPE: BRIDGE 


Budget Spent 
Initial Projected Difference To Date 

Design NA $0.110 NA $0.043 
Construction $2.208 $2.528 $0.320 $1.853 
Other _NA $1.035 NA $0.944 
Contingency $0.110 $0.000 $0.000 
Total NA $3.673 $2.840 


PTSID: 02011 


TYPE: BRIDGE v| Legacy 


Advertise NTP Complete 
Schedule: [21-Aug-15 ]| 08-Nov-15 | 17-Jul-16 | 
Anticipated Completion at NTP: 31-Jul-16 
# of months late: 
% Construction Change Order: -8% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 71% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 31-Jul-17 
# of months late: 
% Construction Change Order: -7% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 18% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 31-Dec-16 
# of months late: 
% Construction Change Order: 14% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 21% 


Advertise NTP 


Complete 


Schedule: | 24-Jun-15 | 01-Sep-15 [15-May-17 | 
Anticipated Completion at NTP: 31-Jul-17 
# of months late: 
% Construction Change Order: 4% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 41% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0201U 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0163F 


Budget Spent 
Initial Projected Difference To Date 
NA $0.103 NA $0.030 
$10.891  $10.569 ($0.322) $9.866 
NA $2.532 NA 52.493 
$0.545 $0.000 ($0.545) $0.000 
_NA $13.204 $12.388 
TYPE: BRIDGE w| Legacy 


Budget Spent 
Initial Projected Difference To Date 
NA $0.595 NA $0.269 
$5.600 $5.862  $0.262 $4.222 
_NA 52.680 NA $2.365 
$0.280 $0.005 ($0.275) $0.000 
NA $9.142 $6.857 
TYPE: BRIDGE v| Legacy 


FFY15 


Advertise NTP 


Complete 


Schedule: [08-May-15] 29-Jul-15 | 21-Nov-16 
Anticipated Completion at NTP: 31-Dec-16 
# of months late: 
% Construction Change Order: -4% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 24% 


Advertise NTP 


Complete 


Schedule: [29-Apr-15 | 30-Jul-15 
Anticipated Completion at NTP: 31-Dec-17 
# of months late: 
% Construction Change Order: 5% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 46% 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0143R 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0113V 


Budget Spent 
Initial Projected Difference To Date 
NA $0.002 NA ($0.002) 
$5.600 $5.622  $0.022 $5.413 
NA $1.976 NA $1.943 
$0.280 $0.000 ($0.280) $0.000 
NA $7.600 $7.354 
TYPE: BRIDGE wv| Legacy 


Budget Spent 
Initial Projected Difference To Date 
NA $0.050 NA $0.050 
$4.300 $3.956 ($0.344) $3.955 
_NA $1.256 NA $1.241 
$0.213 $0.000 ($0.213) $0.000 
_NA $5.262 $5.247 
TYPE: BRIDGE v|Legacy 


Complete 


Schedule: [05-Nov-14 
Anticipated Completion at NTP: 30-Nov-16 
# of months late: 
% Construction Change Order: 3% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 35% 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: 30-Nov-16 
# of months late: 
% Construction Change Order: 3% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 32% 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0154B 


Budget Spent 
Initial Projected Difference To Date 
NA $0.075 NA $0.026 
$2.200 $2.061 (0.139) $2.006 
NA $0.612 NA $0.502 
$0.110 $0.046 (S$0.064) $0.000 
NA $2.794 $2.534 
TYPE: BRIDGE iv) Legacy 


Schedule: [31-Dec-14 | 15-Apr 
Anticipated Completion at NTP: 31-Oct-16 
# of months late: 
% Construction Change Order: -3% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 30% 


FFY15 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: | 15-Oct-14 | 14-Jun-15 | 17-Jun-16 
Design NA 50.800 NA $0.723 
Construction §2.200 $2.219  $0.019 $2.178 Ariti@osted Catipicdorat NTP: 31-Aug-16 
Other NA $0.954 NA $0.901 tat months lake: 
Contingency $0.110 $0.000 ($0.110) $0.000 oe Cah eraction Change Order 50% 
Total ans $3.973 $3.802 Design as Percent of Construction: NA 
psi; 0200) Se ile vi Eeeacy Other as Percent of Construction: 43% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [19-Jun-15 | 25-Aug-15 | 17-Sep-15 
Design NA $0.000 NA $0.000 
Construction $0.173 $0.220  $0.047 $0.200 Antiepatecicorelsdomat NTE: 31-Oct-15 
Other NA S0.059 NA $0.048 : 
Contingency $0.009 $0.000 _($0.009 Ob CTONENS late: 
Total NA $0.278 3 % Construction Change Order: 13% 
: : Design as Percent of Construction: NA 
Pisip: Odeey NPE? OPERAUNG Other as Percent of Construction: 27% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.000 NA $0.000 
Construction 52320 $1602 (50-718) $1572 AnticinatedicempletionaeNnr: a Heee 
Other _NA $0.528 NA $0.475 Roc niente ace: 
Contingency $0.116 $0.000  (S0.116) $0.000 or Caneracuon Grenee Orden "31% 
Uehel Me 32,129 eae Design as Percent of Construction: NA 
pee O ce INES EEPBRING ve Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: J v 16 
Design NA $0.000 NA $0.000 
ee eaeed, e078. <od0er: ta) Anticipated Completion at NTP: 31-Dec-16 
Other NA S0.246 NA $0.238 op mienthsilace: 
Contingency $0.102 $0.008  (S$0.095) $0.000 ay Conetrdrton change erien "50, 
MiEL ale 32.331 32.188 Design as Percent of Construction: NA 
Ei ee TEE Ores le Other as Percent of Construction: 12% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [17-Mar-15 | 07-Jun-15 [17-May-16 
Design NA $0.000 NA $0.000 
Construction $1.303 $1.588  $0.285 $1.520 Rnticipatedicameletioniae nic: ee 
Other NA $0.137 NA $0.114 Ao cetera mene 
Contingency $0.065 $0.000 0.065) $0.000 UF COnETRUEtiOn Gnonee Gren 16% 
Total Na $1.725 $1,634 Design as Percent of Construction: NA 
pip Oeeek Wessel A) Other as Percent of Construction: 9% 


FFY15 
PAVEMENT 
Broadway Streetscape Improvements Project, 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [21-Nov-14 | 25-Mar-15 

Design NA $0.000 NA ($0.001) 
Construction $5.800 $6.692 $0.892 $5.660 os : . 
other “NA $1.837 NA $1,695 ae oe at NTP: 31-Aug-17 
Contingency $0.290 $0,000 Pot ONS tate 
Total NA $8.529 % Construction Change Order: 15% 
: - Design as Percent of Construction: NA 
PTSID: 0173F EE SOV EMEM of) Teeacy Other as Percent of Construction: 27% 


Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [20-Apr-15 | 14-Jul-15 | 17-Jul-16_ 
Design NA $0.060 NA $0.025 
Construction $3.900 $3.457  ($0.443) $3.483 ae : : 
Other NA $1.368 NA Sie Bea tres lg ples eaS 
Sve a ous (50.200) Soe % Construction Change Order: -3% 
. . - Design as Percent of Construction: NA 
FORE O80 eee! EEN vee Other as Percent of Construction: 40% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.059 NA $0.052 
Construction $1.343 $1.270 ($0.073) $1.154 is ; 
Other "NA $0,546 NA $0.551 ee at NTP: 30-Nov-15 
es a pen (30.069) ee % Construction Change Order: 0% 
= - - Design as Percent of Construction: NA 
PISID: OT6et Pee Peay EEN 7 Legacy Other as Percent of Construction: 43% 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: | 29-May-15 | 20-Aug-15 | 01-May-1 
Design NA $0.000 NA ($0.001) 
Construction $2.441 $2.441 $0.000 $2.256 ae : ; 
Other NA 60.785 NA $1,000 ee Ree eee nor oie eae Meee 
Seer eee eee (30.122) aoaee % Construction Change Order: 4% 
: : Design as Percent of Construction: NA 
ple lEEe ok een A Other as Percent of Construction: 32% 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [06-May-15 | 31-Aug-15 | 17-May-16 
Design NA $0.076 NA $0.009 
Construction $5.163 $5.507 $0.344 $5.424 st : ; 
Other NA $0.746 NA $0.678 i ett aca oer eer Meee 
oo ra ee eet ee % Construction Change Order: 7% 
: : : Design as Percent of Construction: NA 
EISIDE Oi fen RE: PAVEMENT 7) Leeacy Other as Percent of Construction: 14% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0173) 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0166D 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0173R 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0078G 


Budget Spent 
Initial Projected Difference To Date 
NA $0.000 NA $0.009 
$1.449 $1.487 $0.038 $1.382 
NA $0.385 NA $0.584 
$0.072 $0.033 ($0.039) $0.000 
NA $1.905 $1.975 
TYPE: PAVEMENT w| Legacy 


Budget Spent 
Initial Projected Difference To Date 
NA $0.000 NA $0.000 
$0.749 $0.755 $0.006 S$0.631 
_NA $0.612 NA S0.707 
$0.049 $0.000 ($0.049) $0.000 
NA $1.366 $1.338 
TYPE: PAVEMENT v| Legacy 


Budget Spent 
Initial Projected Difference To Date 
NA $0.186 NA $0.022 
$6.008 $5.537. (S$0.471) $4.884 
_NA $1.249 NA $1.235 
$0.300 $0.000 ($0.300) $0.000 
NA $6.972 $6.141 
TYPE: PAVEMENT v| Legacy 


Budget Spent 
Initial Projected Difference To Date 
NA $0.050 NA $0.000 
$7.305 $7.305 $0.000 $5.374 
_NA $1.871 NA $1.128 
$0.365 $0.335  ($0.030) $0.000 
NA $9.561 $6.502 
TYPE: PAVEMENT v|Legacy 


FFY15 


Advertise NTP 


Complete 


Schedule: | 24-Jun-15 | 01-Sep-15 J 01-May-16 
Anticipated Completion at NTP: 30-Jun-16 
# of months late: 
% Construction Change Order: 1% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 26% 


Advertise NTP 


Complete 


Schedule: [10-Oct-14 | 13-Jan-15 | 
Anticipated Completion at NTP: 30-Nov-15 
# of months late: 
% Construction Change Order: 4% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 81% 


Advertise NTP 


Complete 


Schedule: [15-Apr-15 [13-Jul-15 | 
Anticipated Completion at NTP: 30-Jun-16 
# of months late: 
% Construction Change Order: -16% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 23% 


Advertise NTP Complete 


Schedule: 
Anticipated Completion at NTP: 31-Aug-17 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 26% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0055) 


Budget Spent 
Initial Projected Difference To Date 
NA S0.007 NA S0.007 
$4.130 $3.910 (80.220) $3.910 
NA $0.672 NA S0.661 
S0.204 $0.000 (S0.204) $0.000 
NA $4.589 $4.578 
TYPE: PAVEMENT iv) Legacy 


Advertise NTP 


Complete 


Schedule: [10-Jul-15 | 03-Dec-15 | 17-Sep-16 | 


Anticipated Completion at NTP: 31-Oct-16 
# of months late: 

% Construction Change Order: 2% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 17% 


FFY15 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [01-Apr-15 | 21-Jul-15 | 17-May-16 
Design NA $0.001 NA ($0.001) 
Construction $1.900 $1.607 ($0.293) $1.606 Anticipated Completion’at NTP* souRAe 
Other NA S0.706 NA $0.706 tat months lake: 
Contingency $0.095 $0.000 ($0.095) $0.000 or cancun Change Order "7% 
Total nial $2.313 $2,311 Design as Percent of Construction: NA 
Pies On7SN eae | Legacy Other as Percent of Construction: AA% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [28-Sep-15 | 04-Nov-15 [17-Sep-16 
Design NA S0.077 NA $0.019 
Construction $3.467 $3.407_ _($0.060) $2.827 ne , Xe 
Other "NA $1,520 NA $1,480 pace? at NTP: 30-Nov-16 
Contingency $0.173 $0.000 (S0.173) $0.000 BACaAEERUCHGn enanee Orden: 0% 
Ue) Ne 35.004 34.325 Design as Percent of Construction: NA 
Fees Weal (MARS AAV AMET A be Other as Percent of Construction: A5% 
ie OTHER 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29-Oct-14 | 28-Jan-15 
Design NA $0.000 NA ($0.001) 
Construction $1.494 $1.524 $0.030 $1.412 Anticipated Completionat MIE: 30-Nov-15 
Other NA S0.427 NA $0.414 epeeionthe late! 
Contingency $0.075 $0.000 (S0.075) $0.000 eee onccructon change Grice 0% 
Jotal ~ 31.951 31.826 Design as Percent of Construction: NA 
PTSID: 9603B TYPE: TAP/OTHER 7 Leeacy Other as Percent of Construction: 28% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: | 31-Dec-14 } 31 
Design NA $0.000 NA $0.000 
Construction $2.418 $2.418 S0.000 $1.800 ae : . 
Other "NA $0.831 NA $0,593 et einen al eee 31-Aug-16 
Contingency $0.121 $0.035  (S0.087) $0.000 oe Conetucion Chane Grader: 0% 
Total eA 33.283 $2,393 Design as Percent of Construction: NA 
EISID: GOLLe EE Terie vj Legacy Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [19-7 6-Aug-1 
Design NA $0.117 NA $0.086 
Construction $1.244 $1.244 S0.000 $0.924 Anticipated Completion at NTP: 30-Sep-16 
Other NA $0.425 NA S0.408 Rape OnERe (ace. ° 
Contingency $0.062 $0.060 (S$0.002) $0.000 Beane COR crane Orden 0% 
Ug) Na 31.847 $1.418 Design as Percent of Construction: 9% 
USES Chee WES URIS vy) Legacy Other as Percent of Construction: 34% 


A- 10 


FFY15 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [13-Mai | ( ( 
Design NA $0.021 NA $0.014 
Construction $1.622 $1.622 $0.000 $1.467 a : ; 
Other "NA $0.728 NA $0,669 alee en aaa at NTP: 31-Jul-16 
ed as eae 20.000 ees % Construction Change Order: 0% 
a3 : - . Design as Percent of Construction: NA 
EIB OMG PREY BARGE vi Legacy Other as Percent of Construction: 45% 


A- 11 


FFY 2016 PROJECTS 
Insert A 


FFY16 


FFY16 
BRIDGE 
Budget Spent NTP Complete 
Initial Projected Difference To Date Schedule: ie 
Design $0.171 $0.171 $0.000 S$0.110 
Construction $5.700 $5.829 $0.129 $2.282 e ; ; Sete 
Other $1.885  $1.791 ($0.094) $0.827 ia eae ae celal aalS 
Contingency $0.431 $0.396 (S$0.035) $0.000 Ff canctruction Change Order 19 
Total $8,187 38.187 $3.218 Design as Percent of Construction: 3% 
PTSID: 0113U WEE BRIDGE ECBaLy Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-16 | 19-Sep-16 | 
Design S0.400 50.400 S0.000 S0.309 
Construction 52.400 52.400 $0.000 S$0.685 ae é : 
Other $1376  $1.356 ($0.020) $0.485 ola preta lial BENE 31-May-18 
Contingency 50.100 $0.120 $0.020 $0.000 SCC aan Gianee orden 0% 
ots! $4.276 $4,276 $1.479 Design as Percent of Construction: 17% 
PIES ESSE DIRES INDICE ESRAEY Other as Percent of Construction: 56% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Sep-16 
Design $0.275 $0.285 $0.010 $0.149 
Construction $4.900 $4.900 $0.000 S$0.247 a . ; 
Other $3.970  $3.960 ($0.010) $0.254 ee ae NIE: SEEN 
Contingency $0.245 $0.245 $0.000 S$0.000 Se Conanic oh Changs Orden 0% 
Total $9.390 $9.390 $0.650 Design as Percent of Construction: 6% 
PiRIEs Oea88 WEE BRIDGE penaey Other as Percent of Construction: 81% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [14-Sep-16 | 14-Dec-16_ 
Design $0.310 S0.310 S0.000 S0.149 
Construction $5.000 $5.000  $0.000 $0.979 és F ; 
Other $2.167 $2.167  §0.000-—-$0.235 OU Sear Mala Ce 31-May-18 
Contingency $0.263 $0.263 $0.000 S$0.000 eROR NC THUETION Grange Orden 3%, 
Hotel $7.739 37.739 31.364 Design as Percent of Construction: 6% 
AIS IDS GEO URES SNDICE scealy Other as Percent of Construction: 43% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: Apr 16 
Design S0.166 $0.116 (S0.050) $0.100 
Construction $3.375 $3.375 $0.000 $1.111 es . ; 
Other $2.824  $§2.935  §0.111 §1.085 PU LEAR aaa acne 31-Aug-18 
Contingency $0.126 $0.065 (S0.061) $0.000 Bi eoaehunien Change Bidar: 0% 
Total $6.491 $6.491 $2.295 Design as Percent of Construction: 3% 
Pipe oee HES SRIDGE Legacy Other as Percent of Construction: 87% 
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FFY16 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0166) 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0171B 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0031N 


Budget 


Spent 


Initial Projected Difference To Date 


$0.400 $0.400 
$1.205 $1.205 
$1.142 $1.142 
$0.060 $0.060 
$2.807 $2.807 
TYPE: BRIDGE 


$0.290 
$0.009 
$0.241 
$0.000 
$0.540 


Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.350 $0.350 $0.061 
$2.629 $2.629 $0.635 
$1.615 $1.615 $0.228 
$0.131 $0.131 $0.000 
$4.726 $4.726 $0.924 

TYPE: BRIDGE Legacy 


Budget 


Spent 


Initial Projected Difference To Date 


$2.366 $2.366 
$9.389 $9.387 
$2.586 $2.586 
$0.705 $0.705 
$15.046  $15.044 
TYPE: BRIDGE 


$0.621 
$0.000 
$0.129 
$0.000 
$0.750 


Legacy 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: 31-May-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 33% 
Other as Percent of Construction: 95% 


Advertise NTP Complete 


Schedule: [29-Sep-16 | 22-Dec-16_ 


Anticipated Completion at NTP: 31-May-19 
# of months late: 

% Construction Change Order: 0% 
Design as Percent of Construction: 13% 
Other as Percent of Construction: 61% 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: 31-Jul-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 25% 
Other as Percent of Construction: 28% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0143U 


Budget 


Spent 


Initial Projected Difference To Date 


$0.859 $0.859 
$5.700 $5.700 
$2.031 $2.031 
$0.285 $0.285 
$8.875 $8.875 
TYPE: BRIDGE 


$0.286 
$1.133 
$0.232 
$0.000 
$1.651 


Legacy 


Advertise NTP Complete 
Schedule: [2 Esl | 
Anticipated Completion at NTP: 31-Jul-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 15% 
Other as Percent of Construction: 36% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0143K 


Budget 


Spent 


Initial Projected Difference To Date 


$0.895 $0.916 
$8.168 $8.168 
$2.294 $2.233 
$0.385 $0.425 
$11.742  $11.742 


TYPE: BRIDGE 


$0.785 
$4.430 
$0.978 
$0.000 
$6.193 


Legacy 


A- 13 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: 31-Oct-17 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 11% 
Other as Percent of Construction: 27% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0012L 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0012R 


Budget Spent 
Initial Projected Difference To Date 
$0.180 $0.213 $0.033 $0.195 
$1.927 52.018 $0.091 $0.448 
$1.040 $0.997 ($0.043) $0.133 
$0.096 $0.015  ($0.081) $0.000 
$3.243 $3.243 50.776 

TYPE: BRIDGE Legacy 


Budget Spent 

Initial Projected Difference To Date 
$1.250 $1.250 $0.000 S$0.384 

$16.971 $17.216 $0.245 $1.157 
$2.913 $2.828  ($0.085) $0.506 

S0.763 $0.603 (S$0.160) $0.000 

$21.897 $21.897 $2.047 

TYPE: BRIDGE Legacy 


FFY16 


Advertise NTP 


Complete 


Schedule: [23-Sep-16 | 21-Dec-16_ 
Anticipated Completion at NTP: 31-Dec-17 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 11% 
Other as Percent of Construction: 49% 


Schedule: 
Anticipated Completion at NTP: 31-Oct-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 7% 
Other as Percent of Construction: 16% 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0012N 


Budget Spent 
Initial Projected Difference To Date 
$0.159 $0.159 $0.000 $0.092 
$0.500 $0.500 $0.000 $0.209 
$0.642 $0.202 (S0.440) $0.077 
$0.025 $0.025 $0.000  $0.000 
$1.325 $0.885 $0.378 

TYPE: BRIDGE Legacy 


Complete 


Schedule: [22—Jul_16]05_Oct_16] 20—Jun_17 
Anticipated Completion at NTP: 31-May-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 32% 
Other as Percent of Construction: 40% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0118A 


Budget Spent 

Initial Projected Difference To Date 
$1.200 $1.200 $0.000 $0.853 

$7.700 $7.915 $0.215 $0.610 

$4.174 $4.174 $0.000  $0.700 

$0.385 $0.170  ($0.215) $0.000 

$13.459 $13.459 $2.163 

TYPE: BRIDGE Legacy 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: 31-May-20 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 15% 
Other as Percent of Construction: 53% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0156C 


Budget Spent 
Initial Projected Difference To Date 
$0.200 $0.200 $0.000 $0.136 
$1.700 $1.700 $0.000 $0.000 
$1.549 $1.549 $0.000 $0.087 
$0.085 $0.085 $0.000 $0.000 
$3.534 53.534 $0.223 

TYPE: BRIDGE Legacy 


A- 14 


Advertise Complete 


Schedule: [BusAugemelao=No: 
Anticipated Completion at NTP: 31-May-19 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 12% 
Other as Percent of Construction: 91% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0168E 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: OOOON 


Budget Spent 
Initial Projected Difference To Date 
$0.300 $0.300 $0.000 $0.043 
$4.500 $4.500 $0.000 $0.675 
$1.531 $1.531 $0.000 S$0.487 
$0.250 $0.250 $0.000  $0.000 
$6.581 $6.581 $1.205 

TYPE: BRIDGE Legacy 


Budget Spent 

Initial Projected Difference To Date 
$2.941 $3.121 $0.180 $2.475 

$15.200 $15.200 $0.000 $0.651 
52.368 52.368 $0.000 $0.385 

S0.760 $0.580 (S$0.180) $0.000 

$21.269  $21.269 $3.512 

TYPE: BRIDGE Legacy 


FFY16 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 30-Sep-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 7% 
Other as Percent of Construction: 34% 


Advertise NTP 


Complete 


Schedule: [01-Sep-16 | 14-Feb-17_ 
Anticipated Completion at NTP: 31-Dec-19 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 21% 
Other as Percent of Construction: 16% 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0154A 


OPERATING 


Budget Spent 

Initial Projected Difference To Date 
NA $0.350 NA $0.288 
NA $1.300 NA $0.000 
NA $1.069 NA $0.134 
NA $0.106 NA $0.000 
_NA $2.825 NA $0.422 

TYPE: BRIDGE Legacy 


Complete 


Schedule: [31-Aug-16 
Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 27% 
Other as Percent of Construction: 82% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0084S 


Budget Spent 
Initial Projected Difference To Date 
S0.000 $0.000 $0.000 $0.000 
$0.201 $0.201 $0.000 S$0.186 
$0.121 $0.111  ($0.010) $0.054 
$0.045 $0.055 $0.010  $0.000 
$0.367 $0.367 $0.240 

TYPE: OPERATING Legacy 


Advertise NTP Complete 
Schedule: | 01-Mar-1 6 | 13-Jun-16 | 17-Sep-16 | 
Anticipated Completion at NTP: 31-Oct-16 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 55% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0084Z 


Budget Spent 
Initial Projected Difference To Date 
S0.000 $0.000 $0.000 S$0.000 
$0.197 $0.197 $0.000 $0.177 
$0.336 $0.333 (S0.003) $0.073 
$0.023 $0.025 $0.003 $0.000 
50.555 $0.555 $0.250 

TYPE: OPERATING Legacy 


A- 15 


Schedule: [09-Mar-16] 15-Jun-16 | 


dvertise NTP Comp 


lete 
1 =Sep-16 


Anticipated Completion at NTP: 30-Sep-16 
# of months late: 

% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 169% 


FFY16 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [09-Mar-16] 14-Jun-16 [17-Sep-16 
Design S0.000 $0.000 S0.000 S0.000 
Construction $0.202 $0.202 $0.000 $0.185 ae : ; ; 
Other $0.216  $0.224 §0.008 $0.160 a ea een aga ae Nii: 30-5ep-16 
Contingency $0.032 $0.024  (S0.008) $0.000 7 Copceniion Change Order 0% 
Total $0.449 $0.449 $0.344 Design as Percent of Construction: NA 
plaids ies’ PIPE ORE ANING Leeaty Other as Percent of Construction: 111% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.010 S0.010 S0.000 S0.000 
Construction $0.648 $0.658  $0.009 $0.555 we : ; Pee 
Other $0.448  $0.475 §0.027 $0.356 peace? cus 31-Oct-16 
Contingency S0.044 $0.008  (S$0.036) $0.000 BA Genetic den eaanee Orden 0% 
Ue) $1.150 $1,150 30.911 Design as Percent of Construction: NA 
eee PE Ou ERAuING beeacy Other as Percent of Construction: 72% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: | 
Design S0.000 $0.000 $0.000 S0.000 
Construction $1.185 $1.185 $0.000 $1.114 = : ; 
Other $0.407  $0.403 —-($0.004)$0.097 eae tered ce 31-May-17 
Contingency $0.036 50.040 $0.004  $0.000 gC oneticton change arden 0% 
Total $1,628 $1,628 $1,211 Design as Percent of Construction: NA 
Ei DOR SRE EPenAnie Penaty Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.000 $0.000 S0.000 S0.000 
Construction $0.729 $0.729 $0.000  $0.000 ae : : 
Other $0554  $0.554  §0.000 $0.044 Su varoen a Cau es PeRas sera 
Contingency $0.036 $0.036 $0.000 S$0.000 Se cper neaae Hance orien 0% 
ots! $1.319 $1.319 $0.044 Design as Percent of Construction: NA 
Pe BS TONE EEC EVANS Eoeaey Other as Percent of Construction: 76% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [22-Jun-16 | 13-Sep-16 
Design S0.000 $0.000 S0.000 S0.000 
Construction $3.300 $3.300  $0.000 $0.424 ss . ; en 
Other $1.319  §1.299 ($0.020) $0.172 eee eee 31-Jan-20 
Contingency $0.180 50.200 $0.020 $0.000 Se CONEERUTOn change aden 0% 
Jota! 34.799 34.799 30.596 Design as Percent of Construction: NA 
PISID: 700s DEE OBER AHINS Legacy Other as Percent of Construction: 39% 


A- 16 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 7006) 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0073L 


Budget 


Spent 


Initial Projected Difference To Date 


$0.000 $0.000 
$1.937 $1.937 
$0.646 $0.646 
50.097 $0.097 
$2.680 $2.680 

TYPE: OPERATING 


Budget 


$0.000  $0.000 
$0.000 $0.117 
$0.000 $0.019 
$0.000  $0.000 

$0.135 


Legacy 


Spent 


Initial Projected Difference To Date 


$0.000 $0.000 
$2.400 $2.400 
$0.538 $0.613 
$0.090 $0.015 
$3.028 $3.028 

TYPE: OPERATING 


$0.000 ($0.018) 
$0.000 $1.012 
$0.075 $0.384 
($0.075) $0.000 

$1.378 


Legacy 


FFY16 


Advertise NTP 


Complete 


Schedule: | 01-Sep-16 | 22=DEC= IMG. | 
Anticipated Completion at NTP: 29-Feb-20 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 33% 


Advertise NTP 


Complete 


Schedule: [16-Mar-16 | 02-May-16 
Anticipated Completion at NTP: 30-Nov-17 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 26% 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0116N 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0073K 


PAVEMENT 


Budget 


Spent 


Initial Projected Difference To Date 


$0.000 $0.000 
$3.143 $3.148 
$0.507 $0.602 
$0.100 $0.000 
$3.750 $3.750 

TYPE: OPERATING 


Budget 


$0.000  $0.000 
$0.005 $1.241 
$0.095 $0.270 
($0.100) $0.000 

$1.511 


Legacy 


Spent 


Initial Projected Difference To Date 


$0.000 $0.000 
$2.100 $2.100 
$0.577 $0.587 
$0.100 $0.090 
$2.777 $2.777 

TYPE: OPERATING 


$0.000  $0.000 
$0.000 5$0.870 
$0.010 $0.332 
($0.010) $0.000 

$1.202 


Legacy 


Complete 


Schedule: [22-Mar-16] 16-Jun-16_ 
Anticipated Completion at NTP: 30-Apr-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 19% 


Advertise NTP Complete 


Schedule: [16-Mar-16 | 05-Jun-16 
Anticipated Completion at NTP: 31-Dec-17 
# of months late: 
% Construction Change Order: 1% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 28% 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0165X 


Budget 


Spent 


Initial Projected Difference To Date 


$0.250 $0.227 
$4.559 $4.660 
$1.446 $1.538 
$0.228 $0.059 
$6.483 $6.483 

TYPE: PAVEMENT 


(S0.023) $0.145 
$0.101  $2.589 
$0.092 $1.155 

($0.169) $0.000 

$3.889 


Legacy 


A- 17 


Complete 


Schedule: 
Anticipated Completion at NTP: 31-Oct-17 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 5% 
Other as Percent of Construction: 33% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0079G 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0078U 


Budget Spent 
Initial Projected Difference To Date 
$0.300 $0.300 $0.000 $0.221 
$3.871 $3.871 $0.000 $0.410 
$1.043 $1.043 $0.000 $0.132 
$0.174 $0.174 $0.000 $0.000 
$5.388 $5.388 50.763 

TYPE: PAVEMENT Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.200 $0.200 $0.000  $0.000 
52.600 $2.600 $0.000 $1.088 
$1.000 $0.985 ($0.015) $0.345 
$0.150 $0.165 $0.015 $0.000 
$3.950 $3.950 $1.432 

TYPE: PAVEMENT Legacy 


FFY16 


Complete 


Advertise NTP 


Schedule: 
Anticipated Completion at NTP: 31-Oct-17 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 27% 


Advertise NTP 


Complete 


Schedule: [31-Mar-16 [26-Jul-16 
Anticipated Completion at NTP: 30-Sep-17 
# of months late: 
% Construction Change Order: 4% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 38% 


Complete 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0076N 


Budget Spent 
Initial Projected Difference To Date 
$0.370 $0.370 $0.000 $0.100 
52.600 $2.625 $0:025° $2.475 
$1.391 $1.248  ($0.143) $0.852 
$0.158 $0.000 ($0.158) $0.000 
$4.518 $4.243 $3.427 

TYPE: PAVEMENT Legacy 


Advertise NTP 


Schedule: [30-Oct-15 | 31-Mar-16 | 
Anticipated Completion at NTP: 30-Nov-16 
# of months late: 
% Construction Change Order: 9% 
Design as Percent of Construction: 14% 
Other as Percent of Construction: 48% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0139H 


Budget Spent 
Initial Projected Difference To Date 
$0.072 $0.053 ($0.019) $0.050 
$0.688 $0.674  ($0.014) $0.574 
$0.321 $0.262  ($0.060) $0.259 
$0.062 $0.000 ($0.062) $0.000 
$1.143 $0.988 $0.883 

TYPE: PAVEMENT Legacy 


Advertise NTP Complete 


Schedule: [20-Jul-16 | 28-Sep-16 | 18-Nov-16 
Anticipated Completion at NTP: 31-Dec-16 
# of months late: 
% Construction Change Order: 4% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 39% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0172C 


Budget Spent 
Initial Projected Difference To Date 
$0.295 $0.295 $0.000 $0.077 
$2.850 $3.134  $0.284 $0.449 
$0.952 $0.796 ($0.156) $0.156 
$0.143 $0.014  ($0.128) $0.000 
$4.239 $4.239 $0.682 

TYPE: PAVEMENT Legacy 


A- 18 


Advertise NTP Complete 


[28-Sep-16] 31-Jan 


Schedule: 


Anticipated Completion at NTP: 31-Dec-17 
# of months late: 

% Construction Change Order: 0% 
Design as Percent of Construction: 9% 
Other as Percent of Construction: 25% 


FFY16 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: OO55K 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0007F 


Budget 


Spent 


Initial Projected Difference To Date 


$0.115 $0.115 
$2.417 $2.417 
$0.806 $0.806 
$0.151 $0.151 
$3.488 $3.488 

TYPE: PAVEMENT 


Budget 


$0.000 $0.077 
$0.000  $0.000 
$0.000 $0.085 
$0.000  $0.000 

$0.161 


Legacy 


Spent 


Initial Projected Difference To Date 


$0.300 $0.300 
$6.700 $8.627 
$6.216 $4.739 
$0.450 $0.000 
$13.666 $13.666 
TYPE: PAVEMENT 


$0.000  $0.004 
oi O27 | 52.812 
($1.477) $2.573 
($0.450) $0.000 

$5.389 


Legacy 


Advertise NTP Complete 


Schedule: [23-Sep-16 J 11-Jan-17 
Anticipated Completion at NTP: 31-Oct-17 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 33% 


Advertise NTP Complete 


Schedule: 
Anticipated Completion at NTP: 30-Apr-18 
# of months late: 
% Construction Change Order: 13% 
Design as Percent of Construction: 3% 
Other as Percent of Construction: 55% 


ttle 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0021R 


Budget 


Spent 


Initial Projected Difference To Date 


$0.100 $0.100 
$1.200 $1.200 
$0.896 $0.890 
$0.054 $0.060 
$2.250 $2.250 

TYPE: TAP/OTHER 


$0.000  $0.000 
$0.000 $0.827 
($0.006) $0.579 
$0.006  $0.000 
$1.405 


Legacy 


Complete 


Schedule: [3i=Mer=16] 26-Jul-16 
Anticipated Completion at NTP: 31-Jul-17 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 74% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0132G 


TRAFFIC 


Budget 


Spent 


Initial Projected Difference To Date 


$0.100 $0.100 
$6.000 $6.000 
50.969 $0.934 
$0.315 $0.350 
$7.384 $7.384 

TYPE: TAP/OTHER 


$0.000  $0.000 
$0.000 $5.515 
($0.035) $0.014 
$0.035 $0.000 

$5.529 


Legacy 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: 30-Jun-17 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 2% 
Other as Percent of Construction: 16% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0153P 


Budget 


Spent 


Initial Projected Difference To Date 


$0.161 $0.137 
$1.700 $1.700 
$0.543 $0.558 
$0.077 $0.085 
$2.480 $2.480 
TYPE: TRAFFIC 


(S0.024) $0.101 
$0.000 $0.695 
$0.016 $0.151 
$0.009  $0.000 

$0.946 


Legacy 


A- 19 


Advertise NTP Complete 


Anticipated Completion at NTP: 31-May-17 
# of months late: 

% Construction Change Order: 0% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 33% 


FFY16 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 18-May-16 | 31-May-17 
Design S0.070 S0.070 S0.000 $0.063 
Construction $2.300 $2.300  $0.000 $1.325 - . f 
Other $1.331 $1317 ($0.014) 0.640 a neden eat aaa eee: 31-May-17 
eee nace rate 30.014 case % Construction Change Order: 2% 
gid : : : Design as Percent of Construction: 3% 
Epp Oheak Re EAE EeRaey, Other as Percent of Construction: 57% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0102J 


Budget 


Spent 


Initial 


$0.100 $0.080 
$1.029 $1.029 
50.566 $0.677 
$0.039 $0.000 
$1.734 $1.786 


TYPE: TRAFFIC 


Projected Difference To Date 


(S0.020) $0.066 
$0.000 $0.843 
$0.111  $0.572 

($0.039) $0.000 

$1.480 


Legacy 


Advertise NTP 


Complete 


Schedule: | 22-Jan-16 | 09-May-16 | 22-Dec-16 


Anticipated Completion at NTP: 31-May-17 
# of months late: 

% Construction Change Order: 8% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 66% 


Complete 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0153R 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0071V 


Budget 


Spent 


Initial 


$0.000 $0.000 
$1.761 $1.776 
$0.739 $0.859 
§0.135 $0.000 
$2.635 $2.635 
TYPE: TRAFFIC 


Budget 


Projected Difference To Date 


$0.000 $0.068 
$0.015 $1.162 
$0.120 $0.647 
($0.135) $0.000 

$1.877 


Legacy 


Spent 


Initial 


$0.025 $0.000 
$2.136 $2.131 
$0.771 $0.939 
$0.113 $0.113 
$3.045 $3.183 
TYPE: TRAFFIC 


Projected Difference To Date 


(S0.025) $0.001 
($0.005) $1.282 
$0.168  $0.668 
$0.000  $0.000 

$1.950 


Legacy 


Advertise NTP 


Schedule: [31-Dec-15] 30-Mar-16] 


Anticipated Completion at NTP: 31-May-17 
# of months late: 

% Construction Change Order: 6% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 48% 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: 31-Jul-17 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 44% 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0080D 


Budget 


Spent 


Initial 


$0.230 $0.230 
$1.235 $1.235 
$0.822 $0.822 
$0.062 $0.062 
$2.349 $2.349 
TYPE: TRAFFIC 


Projected Difference To Date 


$0.000 $0.162 
$0.000 $0.167 
$0.000 $0.215 
$0.000 $0.000 

$0.544 


Legacy 


A- 20 


Complete 


Schedule: UG) 
Anticipated Completion at NTP: 31-Oct-17 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 19% 
Other as Percent of Construction: 67% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0153N 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0116S 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0072K 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0071T 


Budget 


Spent 


Initial 


$0.329 $0.180 
$2.512 $2.412 
$1.393 $1.576 
$0.251 $0.140 
$4.485 $4.308 
TYPE: TRAFFIC 


Budget 


Projected Difference To Date 


(S0.149) $0.132 
($0.100) $0.074 
$0.183 $0.145 
($0.111) $0.000 

$0.351 


Legacy 


Spent 


Initial 


$0.000 $0.000 
$3.980 $3.980 
$0.838 $0.838 
$0.000 $0.000 
$4.818 $4.818 
TYPE: TRAFFIC 


Budget 


Projected Difference To Date 


$0.000  $0.000 
$0.000 $3.618 
$0.000 $0.688 
$0.000  $0.000 

$4.306 


Legacy 


Spent 


Initial 


$0.125 §0.125 
$0.978 $0.978 
$0.951 $0.946 
$0.050 $0.055 
$2.104 $2.104 
TYPE: TRAFFIC 


Budget 


Projected Difference To Date 


$0.000 $0.061 
$0.000  $0.000 


(S0.005) $0.083 


$0.005  $0.000 
$0.144 


Legacy 


Spent 


Initial 


$0.250 $0.200 
$0.528 $0.528 
$0.300 $0.367 
$0.036 $0.019 
$1.113 $1.113 
TYPE: TRAFFIC 


Projected Difference To Date 
($0.050) $0.113 


$0.001 $0.361 
$0.067 $0.287 


($0.018) $0.000 


$0.761 
Legacy 


A- 21 


FFY16 


BavEIESe NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 31-Dec-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 7% 
Other as Percent of Construction: 65% 


Advertise NTP 


Complete 


Schedule: | 31-Dec-15 | 31-Jul 


Anticipated Completion at NTP: 31-Oct-17 
# of months late: 

% Construction Change Order: 3% 
Design as Percent of Construction: 

Other as Percent of Construction: 21% 


BOveTO se NTP 


ule 


Schedule: 
Anticipated Completion at NTP: 31-May-17 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 13% 
Other as Percent of Construction: 97% 


BONeTEISe) NTP compicte 
Schedule: y-16 | 30-Aug 06-Ju | 
Anticipated Completion at NTP: 31-Jul-17 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 38% 
Other as Percent of Construction: 69% 


FFY 2017 PROJECTS 
Insert A 


FFY17 


FFY17 
a Te Tes TC a 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: ae alia 
Design NA $0.343 NA $0.054 
Consiruciol NA 35.000 ee $0.000 Anticipated Completion at NTP: NA 
Other NA $1.056 NA $0.003 ? 
Contingency NA $0.500 NA $0,000 SOLON SATE: NA 
Total NA $6.899 NA $0.057 % Construction Change Order: 0% 
= - - Design as Percent of Construction: 7% 
PTSID: 0170C TYPE: BRIDGE Eeeacy Other as Percent of Construction: 21% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.310 NA $0.192 
Construction NA $1.500 NA $0.000 Anticipated Completion at NTP: NA 
Other NA 50.470 NA S0.047 ee ene lare: 
Contingency NA $0.065 NA $0,000 Oe ate: NA 
Total NA $2.345 NA $0.239 % Construction Change Order: 0% 
: : - Design as Percent of Construction: NA 
BID Soins DEE ENIBSE peeaey Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $1.155 NA $0.174 
Construction NA $14.500 NA S0.000 Anticipated Completion at NIP: NA 
Other _NA 53.483 NA $0.010 : 
Contingency NA $2175 NA $0,000 A EUMIONE Sate: NA 
Total NA $21.313 NA $0.184 % Construction Change Order: 0% 
hi . : Design as Percent of Construction: 8% 
Bisset INREs BRIDGE Legacy Other as Percent of Construction: 24% 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design NA $0.534 NA $0.358 
Construction NA $12.500 NA S0.000 Anticipated Completion at NTP: NA 
Other NA $2.726 NA $0.027 ’ 
Contingency NA $0.875 NA $0,000 POEUN NA 
Total aan $16.635 NA $0.385 % Construction Change Order: 0% 
- - - Design as Percent of Construction: 4% 
Pe SEE INIRTGL: peeser Other as Percent of Construction: 22% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design NA $0.637 NA $0.497 
Construction NA $3.500 NA $0.000 Anticiaated Completion at NTP: NA 
Other _NA 51.488 NA $0.031 ee Demnthe lace: NA 
cr a He oeae a eaesa % Construction Change Order: 0% 
= . . Design as Percent of Construction: 18% 
EveID-OibeH IPESERIBGE EeBaey. Other as Percent of Construction: 43% 


A- 22 


FFY17 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.700 NA $0.271 
Construction NA $10.500 NA $0.000 Anticipated Completionau NTP: NA 
Other NA 53.089 NA $0.028 or fRolgte: 
Contingency NA $1.066 NA $0,000 SOON gts NA 
Total NA $15.355 NA $0.299 % Construction Change Order: 0% 
ora = : : Design as Percent of Construction: NA 
OE REMER ELA NEES BRIDGE eee Other as Percent of Construction: 29% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $2.380 NA $1.204 
Construction ye $20.000 NS $0.000 Anticipated Completion at NTP: NA 
Other NA 53.126 NA $0.013 of Bie laeee 
Contingency NA $2.000 NA $0,000 OL ONE ieee: NA 
Total NA $27.506 NA $1.217 % Construction Change Order: 0% 
aie - - Design as Percent of Construction: 12% 
PTSID: 0013M APES PRIDGE Pebacy Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design NA $2.365 NA $0.199 
Construction NA $20.000 NA S0.000 Anticioated Campleton ae NTE: NA 
Other NA 52.970 NA $0.012 not helare: 
Contingency NA $2.730 NA $0,000 Ss NA 
Total NA $28,065 NA $0.212 % Construction Change Order: 0% 
: - - Design as Percent of Construction: 12% 
pee PE CERIRGE Eoeay Other as Percent of Construction: 15% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.796 NA $0.089 
Construction NA $12.000 NA $0.000 Anticipated Completion at NTP: NA 
Other NA $2.985 NA $0.012 hot nedate: 
Contingency NA $1500 NA $0,000 OP MONENS IEEE: NA 
Total NA $17.281 NA $0.102 % Construction Change Order: 0% 
= - . Design as Percent of Construction: 7% 
ecaIb ties TYRES GRIpSt peeaey Other as Percent of Construction: 25% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.150 NA $0.121 
Construction NA $7.000 NA $0.000 Anticipated Campletioniat NIP: NA 
Other NA $1.881 NA $0.025 re thelare! 
Contingency NA $1.100 NA $0.000 ag NA 
Total NA $10.131 NA $0.146 % Construction Change Order: 0% 
. - - Design as Percent of Construction: 2% 
eee URE ERIBGE EeBaey Other as Percent of Construction: 27% 


A- 23 


FFY17 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $1.534 NA $0.000 
Construction NA $17.000 NA $0.000 we . ; 
Other “NA $2120 NA $0,029 sue ser ea gaa Bee aA 
ae a aie ae ao ase % Construction Change Order: 0% 
ot . : : Design as Percent of Construction: 9% 
piatDe SETAE IEE ERIDEE Eebacy Other as Percent of Construction: 12% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 3 0-Ax 
Design NA $0.335 NA $0.149 
Construction NA $5.000 NA $0.000 a : ; 
Other NA $1.775 NA $0,022 ec pcan Sob ne 
Se ; Hs ee +A nae % Construction Change Order: 0% 
- - Design as Percent of Construction: 7% 
PTSID: 0114N [AES EUR Seay Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.550 NA $0.065 
Construction NA $9.000 NA $0.000 Anticipated Completion at NTP: NA 
Other NA $1.552 NA $0.005 # of e:latae 
Contingenc NA $0.900 NA $0,000 CLO Mt Ne its: NA 
7 gency NA $12.001 NA $0.070 % Construction Change Order: 0% 
. : - Design as Percent of Construction: 6% 
Eee Q0t0! INPES EDGE PeBaly Other as Percent of Construction: 17% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $1.537 NA $0.233 
Construction NA $6.000 NA $0.000 Ae : : 
Other NA $2.785 NA §0.022 pees iace ae an 
Sea ca Penne ve aooee % Construction Change Order: 0% 
: = Design as Percent of Construction: 26% 
PTSID: 0013L MEER EIR ESE peel Other as Percent of Construction: 46% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design NA $0.370 NA $0.186 
anon NA $1.500 NA $0.000 Anticipated. Cammpletionat NTE: NA 
ther NA S0.769 NA $0.028 # of ns late: 
Contingenc NA $0.150 NA $0,000 QUO Neate: NA 
ze gency NA $2.789 NA $0.214 % Construction Change Order: 0% 
. . . Design as Percent of Construction: NA 
BIE Ooise TNEE BRIDGE peeacy Other as Percent of Construction: 51% 


A- 24 


FFY17 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.350 NA $0.091 
Construction _NA $7.500 NA $0.000 Ane cine arconapleuisciaa nine: NA 
Other _NA $2.450 NA S0.053 : 
Contingenc NA $1345 NA $0,000 OU OOE Shes NA 
Total gency NA $11.645 NA $0.144 % Construction Change Order: 0% 
etd : : : Design as Percent of Construction: NA 
ETSIp OTGEC RES SHIDGE Sceaey Other as Percent of Construction: 33% 


Budget Spent Advertise NTP Complete 


Initial Projected Difference To Date Schedule: Seaiyy = Aug-17 | May-20 | 
Design NA $0.425 NA $0.315 
Construction sade 36.750 NA 30.000 Anticipated Completion at NTP: NA 
Other NA $1.116 NA S$0.000 # of aeiate: 
Contingency NA $0.788 NA $0.000 OHMORENS tate: NA 
Total NA $9.078 NA $0.315 % Construction Change Order: 0% 
a - : Design as Percent of Construction: 6% 
ee TNRE- BRIDGE Paeaty Other as Percent of Construction: 17% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28=Feb=17] 
Design S$0.000 $0.000 S$0.000 $0.000 
Construction $2.011 $2.011 $0.000 $0.000 i ; ; yo 
Other $0.839  $0.913 §0.074 —$0.009 bb elias rel BNE: 30-Apr-19 
Contingency $0.252 $0.177. (S0.074) $0.000 af Conetruetton change Bete 0% 
otal $3.101 $3.101 $0.009 Design as Percent of Construction: 
PTSID: 0073M TYPE: OPERATING beeacy Other as Percent of Construction: 45% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-17 
Design NA $0.422 NA $0.229 
Construction NA 55.198 NA S0.000 Aytiieteeree Samal taaen br NA 
Other _NA $1.076 NA S0.017 Toy Bolare’ 
Contingency NA 60.635 NA $0.000 Sete Nace NA 
Total NA $7.331 NA $0.246 % Construction Change Order: 0% 
or - : : Design as Percent of Construction: 8% 
PISS ey GE CCAS Esedey Other as Percent of Construction: 21% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30 
Design NA $0.000 NA $0.000 
Construction NA $0.500 NA S0.000 Anticipated Completion at NTP: NA 
Other _NA $0.327 NA $0.002 # of she late: 
Contingency NA $0.066 NA $0.000 Br Mees tate: NA 
Total NA $0.893 NA $0.002 % Construction Change Order: 0% 
== - : - Design as Percent of Construction: 
PIBIDe D083 IEE SEMEN Legacy Other as Percent of Construction: 65% 


A- 25 


FFY17 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Apr-17 
Design NA $0.000 NA $0.000 
Construction NA $0.544 NA S0.000 Anticipated Com pico auntie: NA 
Other NA $0.322 NA $0.002 HOF fhe late: 
Contingency NA 60.066 NA $0.000 BOO e ate: NA 
Total NA $0.932 NA $0.002 % Construction Change Order: 0% 
etd . : : Design as Percent of Construction: 
TOE EERE Ue een Be) Other as Percent of Construction: 59% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.000 NA $0.000 
Ponstruedon sade 30.578 NA 30.000 Anticipated Completion at NTP: NA 
Other NA $0.322 NA $0.002 # of aeiate: 
Contingency NA 60.066 NA $0.000 OLMOnENS Tate NA 
Total NA $0.966 NA $0.002 % Construction Change Order: 0% 
ue : : Design as Percent of Construction: 
PTSID: 0084A TYPE: PAVEMENT Legacy Other as Percent of Construction: 56% 
Budget Spent BUveREE NTP Complete 
Initial © Projected Difference To Date Schedule: [2 aay Gil 
Design S$0.000 $0.000 S$0.000 S$0.000 
Construction $1.182 $1.182 $0.000  $0.000 : : 
Other 0.449 $0.449 +~—«$0.000-~—«$0.000 Sue a ees Ne SLs 
Contingency $0.113 $0.113 $0.000 $0.000 eae ten Hance Orden 0% 
ioral 91.744 $1.744 $0.000 Design as Percent of Construction: NA 
PIER Sct’ eae ENE Boece Other as Percent of Construction: 38% 
Budget Spent SONETISe NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Apr 
Design NA $0.000 NA $0.000 
Canstuedon Ne 91.843 de 30.000 Anticipated Completion at NTP: NA 
Other _NA S0.449 NA S$0.000 # of the late: 
Contingency NA 60.133. NA $0.000 open NA 
Total “ali $2.425 NA $0.000 % Construction Change Order: 0% 
ih - . Design as Percent of Construction: 
PTSID: OOB6X TNPES PAVEMENT Legacy Other as Percent of Construction: 24% 
Budget Spent Bove Hise NTP Complete 
Initial | Projected Difference To Date Schedule: [_30—Dec-16 }| 28-Apr-17 
Design S0.500 S0.500 S0.000 $0.093 
Construction $6.200 $6.200 $0.000 $0.650 oe ? ; 
Other $2.437 $2.437. §0.000 —$0.192 cesar oie BENE SINS aRTE 
Contingency $0.314 $0.314 $0.000 S$0.000 ae aa na Grane Orden: 0% 
otal $9.451 $9.451 $0.935 Design as Percent of Construction: NA 
Pises Une MBE BASIE poeecy Other as Percent of Construction: 39% 
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Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0088A 


Budget Spent 

Initial Projected Difference To Date 
NA $0.600 NA $0.205 
NA $11.000 NA $0.000 
_NA $1.288 NA $0.000 
NA $1.650 NA $0.000 
_NA $14.538 NA $0.205 

TYPE: PAVEMENT Legacy 


FFY17 


Advertise NTP Complete 


schedule: [ST ce 


Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 5% 
Other as Percent of Construction: 12% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0082C 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0061K 


Budget Spent 

Initial Projected Difference To Date 
_NA $0.350 NA $0.142 
NA $3.000 NA $0.000 
NA $1.317 NA $0.032 
_NA $0.350 NA $0.000 
NA $5.017 NA $0.174 

TYPE: PAVEMENT Legacy 


Budget Spent 


Initial Projected Difference To Date 


$0.330 $0.330 $0.000 $0.091 
$1.468 $1.468 $0.000  $0.000 
$2.016 $2.016 $0.000 $0.134 
$0.075 $0.075 $0.000  $0.000 
$3.889 $3.889 $0.225 
TYPE: PAVEMENT Legacy 


Advertise NTP Complete 


schedule: [7 Toe 


Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 44% 


Advertise NTP Complete 


Schedule: [04-Jan-17 
Anticipated Completion at NTP: 31-May-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 22% 
Other as Percent of Construction: 137% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0081K 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0081W 


Budget Spent 

Initial Projected Difference To Date 
_NA $0.688 NA $0.417 
NA $3.000 NA $0.000 
NA $1.035 NA $0.053 
_NA $0.212 NA $0.000 
NA $4.935 NA 50.470 

TYPE: PAVEMENT Legacy 


Budget Spent 


Initial Projected Difference To Date 


$0.767 $0.767 $0.000 $0.332 
$4.693 $4.693 $0.000 $0.000 
$2.221 $2.221 $0.000 $0.080 
$0.235 $0.235  $0.000 $0.000 
$7.915 $7.915 $0.411 
TYPE: PAVEMENT Legacy 
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Advertise NTP Complete 


Schedule: [__Se5-17 May=13 


Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 23% 
Other as Percent of Construction: 35% 


Advertise NTP Complete 


Schedule: 
Anticipated Completion at NTP: 31-May-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 47% 


FFY17 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0081R 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0166H 


Budget Spent 

Initial Projected Difference To Date 
NA $0.390 NA $0.290 
_NA $6.000 NA $0.000 
_NA $2.197 NA $0.073 
NA $0.600 NA $0.000 
_NA $9.187 NA 50.363 

TYPE: PAVEMENT Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.130 $0.130 $0.000 $0.093 
$3.960 53.960 $0.000 S$0.774 
$1.242 $1.242 $0.000 $0.135 
$0.198 $0.198 $0.000  $0.000 
$5.530 $5.530 $1.002 

TYPE: PAVEMENT Legacy 


Schedule: 


Schedule: 


Advertise NTP 
(ZeSomn= iy 


Anticipated Completion at NTP: 

# of months late: 

% Construction Change Order: 
Design as Percent of Construction: 
Other as Percent of Construction: 


Anticipated Completion at NTP: 

# of months late: 

% Construction Change Order: 
Design as Percent of Construction: 
Other as Percent of Construction: 


Complete 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0173S 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0073) 


Budget 


Budget Spent 

Initial Projected Difference To Date 
NA $0.110 NA $0.038 
NA $0.800 NA $0.000 
_NA $0.510 NA $0.007 
NA $0.080 NA $0.000 
_NA $1.500 NA $0.045 

TYPE: PAVEMENT Legacy 


Spent 


Initial 


50.046 $0.046 
$1.929 $1.929 
50.406 $0.406 
$0.140 $0.140 
$2.521 $2.521 

TYPE: PAVEMENT 


Projected Difference To Date 
$0.000 
$0.000 
$0.000 
$0.000 


$0.000 
$0.000 
$0.007 
$0.000 
$0.007 


Legacy 


Schedule: 


Anticipated Completion at NTP: 

# of months late: 

% Construction Change Order: 
Design as Percent of Construction: 
Other as Percent of Construction: 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 64% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0173Z 


Budget Spent 

Initial Projected Difference To Date 
NA $0.600 NA $0.378 
_NA $5.500 NA $0.000 
NA $1.863 NA SO217 
NA $0.550 NA $0.000 
_NA $8.513 NA $0.595 

TYPE: PAVEMENT Legacy 
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Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 11% 
Other as Percent of Construction: 34% 


Budget Spent 
Initial Projected Difference To Date 
Design NA 50.300 NA $0.071 
Construction NA $4.200 NA $0.000 
Other _NA $1.098 NA $0.013 
Contingency NA $0.525 NA $0.000 
Total _NA $6.123 NA $0.085 
PTSID: 0165V TYPE: PAVEMENT Legacy 
STORMWATER 
Budget Spent 
Initial Projected Difference To Date 
Design $0.100 $0.100 $0.000 $0.018 
Construction $0.224 $0.224  $0.000 $0.000 
Other S0.374 $0.374 $0.000 $0.012 
Contingency $0.016 $0.016  $0.000 $0.000 
Total $0.715 $0.715 $0.030 
PTSID: 0166M TYPE: STORMWATER Legacy 


FFY17 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 26% 


Schedule: 
Anticipated Completion at NTP: 30-Nov-17 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 45% 
Other as Percent of Construction: 167% 


ieekeuaee 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0021U 


TRAFFIC 


Budget Spent 

Initial Projected Difference To Date 
NA $0.150 NA $0.000 
_NA $2.800 NA $0.000 
_NA $1.261 NA $0.205 
NA $0.280 NA $0.000 
_NA $4.491 NA $0.205 

TYPE: TAP/OTHER Legacy 


Advertise NTP Complete 


Schedule: yma 
Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 5% 
Other as Percent of Construction: 45% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0071Q 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0025E 


Budget Spent 

Initial Projected Difference To Date 
NA $0.383 NA $0.199 
NA $1.200 NA S0.000 
NA $0.529 NA $0.121 
NA $0.028 NA S0.000 
_NA $2.140 NA $0.320 

TYPE: TRAFFIC Legacy 


Budget Spent 

Initial Projected Difference To Date 
_NA $0.040 NA $0.000 
NA $0.250 NA $0.000 
NA $0.200 NA $0.016 
_NA $0.030 NA $0.000 
NA $0.520 NA $0.016 

TYPE: TRAFFIC Legacy 
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Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 44% 


Advertise NTP Complete 
Schedule: i 
Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 80% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0025F 


Budget Spent 

Initial Projected Difference To Date 
NA $0.058 NA $0.016 
_NA $0.250 NA $0.000 
_NA $0.433 NA $0.007 
NA $0.030 NA $0.000 
_NA $0.771 NA $0.023 

TYPE: TRAFFIC Legacy 


FFY17 


Advertise NTP Complete 


Schedule: 


Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 173% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0153T 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0025) 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0011D 


Budget 


Budget Spent 

Initial Projected Difference To Date 
_NA $0.260 NA $0.162 
NA $1.530 NA $0.000 
NA $1.128 NA S0.104 
_NA $0.059 NA $0.000 
NA $2.977 NA $0.267 

TYPE: TRAFFIC Legacy 


Spent 


Initial 


50.040 $0.040 
$0.579 $0.579 
$0.653 $0.653 
$0.369 $0.037 
$1.641 $1.308 
TYPE: TRAFFIC 


Projected Difference To Date 
$0.000 
$0.000 
$0.000 
($0.332) 


$0.027 
$0.000 
$0.015 
$0.000 
$0.042 


Budget Spent 

Initial Projected Difference To Date 
_NA $0.236 NA $0.055 
NA $1.100 NA $0.000 
NA $0.373 NA $0.000 
_NA $0.206 NA $0.000 
NA $1.915 NA $0.055 

TYPE: TRAFFIC Legacy 


Schedule: 


Advertise NTP Complete 


Schedule: [__Se-17 May=20 


Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 74% 


Advertise NTP Complete 


Anticipated Completion at NTP: 
# of months late: 


% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 113% 


Advertise NTP Complete 


Schedule: Sep-17 Apr-19 


Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 21% 
Other as Percent of Construction: 34% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0071P 


Budget Spent 

Initial Projected Difference To Date 
NA $0.290 NA $0.057 
_NA $3.133 NA $0.000 
_NA $1.939 NA $0.298 
NA $0.313 NA $0.000 
_NA $5.675 NA $0.356 

TYPE: TRAFFIC Legacy 
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Advertise NTP Complete 


Schedule: ane 


Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 62% 


FFY17 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: I} Sep-17 J dun-19 | 
Design NA $0.350 NA $0.182 
Construction _NA $2.500 NA $0.000 Apticipatad Com pico au nie: NA 
Other _NA $1.111 NA $0.151 HOF hie lates 
Contingency NA 0.169 NA $0.000 See ele NA 
Total NA $4.130 NA $0.333 % Construction Change Order: 0% 
oa : = = Design as Percent of Construction: NA 
PD era RE TRACELE ScRaey Other as Percent of Construction: 44% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.220 $0.220 S0.000 $0.168 
Construction $1.403 $1.403 $0.000 $0.000 od : ; Aa. 
Other $0.520  $0.520  $§0.000 $0.027 ee iar aa aes tS 
Contingency $0.140 $0.140 $0.000 5$0.000 Speers oe change Oider 0% 
Eptal $2,282 32.282 $0.195 Design as Percent of Construction: NA 
a ne PVE neh edad Other as Percent of Construction: 37% 


Project Summary Lists 
Insert A 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY14 
BRIDGE 
9500A Arcadia Management Area Bridge Replacement COV HOP RIC” Att 0 0 nse]  Nsbealls] Maye $1.6 
0163J Atwells Ave Bridge No. 975 Replacement PVD A 1.0 a wm Mem 328 
0153C Central Bridge No. 018201 & Access Improvements to Rout 248 A-1 0 0 May-13 Aug-13 AB $16.0 
0144B. Great Island Bridge #499 NAR VM 00 = Em em 483 
0049M Jamestown-Verrazzano Bridge No. 800 & Cove Bridge No. JAM POR A-1 0 0 Jul-14 Aug-14 ees 8=f48 
0018A New Providence Viaduct Southbound Bridge No. 578 ey A-2 0 0 Gere Jan-13 Jul-17 $74.4 
0 0 $108 
PAVEMENT 
01854 Apponaug Circulator By-Pass WAR A2 0 0  Meaei GRIER Nov-17 $298 
0012E 1-195 Relocation - Landscape Contract C EPR PVD A-3 0 0 Novels) 4Febemy Novels $08 
0172F Mineral Spring Avenue 1R Improvements ee A-3 0 0 Sep-14 van-15 NOS $3.9 
0130R Ocean Avenue 1R Improvements NSH A-3 0 0 May-14 Oct-14 $07 
0 0 $35 
TRAFFIC 
0115Z 1-95 Highway LED Lighting - Exits 1, 2,4, 5 and Weigh Stati #0P =rc wes a3 0 00 GSM) SBE BBE 526 
0058L 1-95 Sustainability — Phase | PVD 4 0.00 os Es RM f06 
0122H Statewide DMS Installation sTaTEWIDE A4 OQ) 0 SS STS 
0 0 $6 
TAP/OTHER 
9004D Providence Station Enhancements EVD A-3 0 0 Aug-14 Dec-14 AP «46.9 
0 0 $7 
OPERATING 
7006F Guardrail Repair and Replacement 2014-2016 staTewIDE AQ) 0 S15 
7005F Impact Attenuator Repair and Replacement 2014-2016 PIATEWIDE A-2 0 0 Dec=i3) Apr-14 Beem $09 
7009E Statewide Fence Repair and Replacement 2015-2016 STATEWIDE «= y-D—s) 0s BSS ( iS SESG05 
0 0 $3 
Number of In design Advertised In Construction Complete Total 0 0 $159 


Projects: 0 0 2 15 17 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY15 
BRIDGE 
0156A Clarence Hussey Bridge No. 11 (69B) NKS AS 0 0 GSpEis) Genem eve $21 
0153D Coles Bridge No. 134 (66) EPR AS 0 0 —eG=iS KGS GE 605 
0143D East Shore Expressway Bridges Nos. 475, 476 EPR AS 0 0 Mexais) BSpEms BSeRM $125 
0113L Glenbridge Ave and South County Trail Bridges (69F) SP EER AS Dt Jun-15 Aug-15. 0 May-17_— $7.4 
02011 Hamlet Ave. Bridge #500 (69C) wns AS 00 (ais) Bex Maye $25 
0201U 1-95 Corridor Bridge Preservation & Resurfacing CRA PVD WAR AG 0 0 MeyEmS) (GGREIS) 4G 106 
0163F Pleasant Valley Parkway Bridge No. 777 PVD A-6 0 0 Ss i ul-17_~—s $59 
0143R Route 1/South County Pier Cap Replacements SKS A-6 0 0 Nov-14 Mar-15 Bees +8 $56 
0113V Route 24 & |-295 Bridge Preservation CRATIVWA AG 0 0 —=—= Ga Gomme $40 
0154B Shippee Bridge No. 307 (69) BUR 6 00 ea Re Mmm 421 
0201T West Elmwood RR Bridge No. 660 (69G) PVD 7T 00 a Ts Te 422 
0 0 $55 
PAVEMENT 
0173F Broadway Streetscape Improvements Project NPT A-8 0 0 ha Eee xl 467 
0004B Dexter Street 1R Improvements CER Ea A-8 0 0 Apr-15, fetes) Gm 8335 
0166L New River Road and Victory Highway 1R Improvements IN A-8 0 0 Apr-15 fees) es $13 
0166K Old River Road (Route 126) 1R Improvements LIN AS 00  Meyzis) Bageis Meayem 424 
0172Y Route 102 1R Improvements, C-3 COV FOS AS 0 0 Mey=as) AapetS Mayme $55 
0173J Route 116 Knotty Oak Rd. cov AO 00  (Gamis) Sepa Mayme 315 
0166D Route 146A and Park Avenue Intersection Improvements NSM WNS A-9 0 0 Oct-14 Jan-15 Ces s«$08 
0173R Route 37 1R Improvements CRA WAR A-9 0 0 Apr-15. porvelerl Meyems 8 $55 
0078G South/North Main Streets ADA Improvements PVD AQ 60 (OSts«édSS) SS Nov-17-73 
0055J Statewide Resurfacing 2015, C-1** Bor clo LIN AG 80 0 i i = 539 
0173N US Route 1, South Kingstown Improvements SKS A-10 0 0 Apr-15. jerveler Mayes = $16 
0172B Woonasquatucket Avenue 1R Improvements NER EVD A-10 600: (0 Sep-15, Nov-15 BEpems = $3.4 
00 $43 
TRAFFIC 
0011C Enhanced Roadside & Freeway Delineation PIATEWIDE A-10 600 (0 Dec-14 Mar-15 Neves 52.4 
0102H North, C-5 - STC STATEWIDE AM] 00 kl CO 12 
0102G North/Central, C-4- STC STATEWIDE 6 A410 0 lO) tt 
0 0 $5 
TAP/OTHER 
9603B Colt State Park Bike Path Connector BRI A 00 2 Ts Gem $15 
00 $2 
OPERATING 
0086U Crack Sealing - Limited Access, 2015 STATEWIDE ATO ll OP lO Sh 
0116E Pavement Striping - East Bay, 2015 STATEWIDE AT 6lUlQl0l lk OO CSt6 
0086W Rubberized Asphalt Chip Seal, 2015 STATEWIDE Ayla 5721 
0086R West Main Road (Route 77) Chip Seal CHA LCM RIC A786) 0 MS) SMT S16 
00 $5 
Number of In design Advertised In Construction Complete Total 0 0 $111 


Projects: 0 0 3 28 at 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY16 
BRIDGE 
0113U Airport Connector & Route 2 Bridges (53C & 81B) WAR Ai2 25 es Mee ftg-18 $58 
0153E Capron Road Bridge No. 792 (70A) SMI Ai2 0 1 (Mee 6B OMay-18 = $24 
0145B Carolina Bridges (57F) RIC A12 0 3 Sep MARR may-21 4g 
0183B Central Street Bridge No. 449 (70B) NSM A12 0 1 (Spm (RSM may-18 $50 
0144E Harbor Junction Bridge No. 131 (57E) PVD A12 0 1 Ga BBB at 18 934 
0166J Mussey Brook Bridge No. 380 (56C) LIN 3 01 _ == Ba ay-18 $4.2 
0171B Newman Avenue Bridge No. 224 (57D) EPR A13 0 1 £Bepmile Beenie ay-19 $26 
0031N Old Sakonnet River Bridge Demolition (Superstructure) POR A133 0 1 Beem  SeBM sul-18 = $94 
0143U Pawtucket Area Bridges (53B) PAW 13 03 Ge Me oul-18)) 957 
0143K Pawtucket Avenue Bridge No. 471 (57B) EPR A133 0 1 [me =66RBCitct'-17_— $8.22 
0012L Providence Area Bridges Nos. 1080, 1082 (56B) PVD 14 0 4 [x RB Ooec-17_~— 920 
0012R Providence River Pedestrian Bridge PVD A14 0 0 (EMG EBM ooct-18 $172 
0012N Ramp El Bridge No. 1083 (56A) PVD 401 == am $0.5 
0118A Slatersville Stone Arch Bridge No. 273 (70C) NSM A4 01 See Gana $7.9 
0156C South County Freeway Bridge No. 686 (52A) WAR A14 0 1 GSH  Neveie $17 
O168E Tefft Hill Trail Bridge No. 592 (67T - B) EXE A15 0 2 (=m (Gane $4.5 
0009N Washington Bridge North No. 700 (57A T - J) EPR PVD A160 (1s «RR (Gs CC #CiDec-19 $15.2 
0154A Wood River & Holburton Bridges Nos. 261, 262 (58D) HOP A-15 0 2 Aug-16 Aug-17 ‘Dec-18 $1.3 
2 30 $99 
PAVEMENT 
0165X High Street & Kingstown Road Improvements eke A-17 0 0 Mar-16 Jun-16 $4.7 
0079G 1-95 Resurfacing (Elmwood Avenue to Eddy St) PVD A18 0 0 Bepmile  Beemaie $3.9 
0078U Providence - Downtown Improvements, C-3 END A-18 0 0 Mar-16 Jul-16 $2.6 
0076N Route 107 1R Improvements BUR A18 0 0 QGSeEas)  Memeae $2.6 
0139H Route 138 Improvements SKS A-18 0 0 Jul-16 Sep-16 $0.7 
0172C Smith Street Improvements PVD A18 10 (Spee  Geneay $3.1 
0055K Statewide Resurfacing C-2, 2017** STATEWIDE A19 0 0 Sepa aaa $2.4 
0007F Two Mile Corner Reconstruction MID A-19 0 0 Jan-16 Apr-16 $8.6 
10 $29 
TRAFFIC 
0153P Bridge End Treatments - HSIP STATEWIDE A199 0 0 [ime BRM 8 oct-17 $17 
0091K Coronado Road Pedestrian Enhancements WER A-20 0 0 Jan-16 May-16 My 323 
0102J East Bay/South, C-6 - STC STATEWIDE A420 0 0 Gee Mey Bee $10 
0153R Memorial Blvd. & Francis Street Improvements Pvp A-20 0 0 Dec-15 Mar-16 Jun-17 $1.8 
0071V Mineral Spring Avenue HSIP NPR A20 00 Gee Meayete Gem 521 
0080D Pedestrian and Intersection Safety Improvements - STC wit STATEWIDE A20 0 0 Cat 12 
0153N Route 102 & Route 117 Improvements - Roundabout COV SKS WGR  A-21 0 0 Sep-16 May-17 Oct-18 $2.4 
0116S Statewide LED Retrofit Project STATEWIDE A21 0 0 (BSeaS) GRUBB oct-17 $40 
0072K Traffic Signal Optimization, C-2 STATEWIDE A21 0 0 Kee Gite Mey $10 
0071T Warwick - HSIP WAR A21 00 i= A GE $05 
00 $18 
TAP/OTHER 
0021R Blackstone River Bikeway - Segment 1A PVD A196 (0 0) Sl -7 $12 
0132G Portsmouth Maintenance Facility POR A-19 0 0 Nov-15. Mar-16 Meyem $6.0 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
OPERATING 
0084S Crack Sealing - Limited Access STATEWIDE A145 0 0 Jezmel (Gana $0.2 
0084Z Crack Sealing - North & East, 2016 STATEWIDE A15 0 0 Me=mwe  (iineag $0.2 
0084Y Crack Sealing - South & Central, 2016 STATEWIDE ~A16 0 0 Meum (imma $0.2 
0084H Paver Placed Elastomeric Surface Treatment 2016 FOS RIC A-16 60 (0 Mar-16 Jun-16 $0.7 
0084G Rubberized Asphalt Chip Seal 2016 CMB GLO HOP A146 0 0 Meee  Meyeie $1.2 
7006H Statewide Fence 2017-2019 STATEWIDE A16 0 0 f@gEie  (GvEiG $0.7 
7006G Statewide Guardrail 2017-2019 STATEWIDE A416 0 0 (mm Seem $3.3 
7006J Statewide Impact Attenuator 2017-2019 STATEWIDE A417 0 0 FEE  (BBGaie $1.9 
0073L Statewide Pavement Striping - Central, 2016-2017 STATEWIDE A17 0 0 MeaEie  Mayeie $2.4 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 STATEWIDE ,~17 0 0 (ieEme) (GREG $3.1 
0073K Statewide Pavement Striping - South, 2016-2017 STATEWIDE ~A(7 0 0 [== (immig $2.1 
00 $16 
Number of In design Advertised In Construction Complete Total 3 30 $169 


Projects: 0 1 33 15 49 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY17 
BRIDGE 
0170C Baker Pines Bridge No. 593 RIC A-22 1 0 (MMMM Dec-17 Dec-19 $50 
0143A Big River Bridge No. 34 (57K) WGR A-22 0 1 Sep-17 Dec-17 ‘Oct-20 $1.5 
0114L Central RI Bridges - Group 12 (32 Bridges) a Eo ae A-22 0 32 Sep-17 Dec-17 ‘Dec-19 $14.5 
WAR WGR WWA 
0114S Cumberland |-295 Corridor Bridges (37T - |) CMB A22 4 0 @BREM Nov-17  May-20 $125 
0168H Hope Valley Bridges (69D) aD soe FOS A-23. 0 5 Jul-17 Oct-17 ‘Sep-19 $3.5 
0143W Horton Farm Bridge No. 472 (57M) BER A-23 1 0 Sep-17 Jan-18 Nov-19 $10.5 
0013M I-195 Corridor Bridges (77) EPR A-23 2 3 Sep-17 Dec-17 ‘Jul-20 $20.0 
0114U 1-295 Bridges Contract 2 CRA A-23 6 0 Sep-17 Dec-17 May-20 $20.0 
0114T 1-295 Bridges Contract | CRA A-23 4 0 Sep-17 Dec-17 May-20 $12.0 
0114R 1-95 Corridor Bridge Nos. 56101, 56121, 56201, 56221 (3T PAW A-23 4 0 Sep-17 Dec-17 ‘Dec-19 $7.0 
0114P 1-95 North & South Bridges at Toll Gate Road Nos. 683, 68 “AR A-24 2 0 Aug-17 Jan-18 ‘Dec-19 $17.0 
0114N Oxford Street Bridge No. 653 (2T) PVD A-24 1 0 (BBM Sep-17  May-19 $50 
0016J Pine Street Bridge No. 548 (31) PAW A-25 1 0 Sep-17 Dec-17 ‘Jun-19 $9.0 
0013L Route 146 Corridor Bridges (38) EXE NSM PVD A-24 0 2 Sep-17 Jan-18 ‘Jun-20 $6.0 
0014F Simmonsville Bridge No. 326 (57C) hele A-24 1 0 Sep-17 Jan-18 ‘Dec-18 $1.5 
0168C. Victory Highway Bridge No. 589 (71) WGR A251 0  Aug-17  Nov-17  Sep-20 $75 
0114K Wood River Valley Bridge No. 404, |-95 North & South (7T #9OP A-25 1 0 Apr-17 Aug-17 May-20 $6.8 
29 43 $159 
PAVEMENT 
0084C 2017 Crack Sealing Limited Access STATEWIDE A-25 0 0 (BBM Jul-17 9 Oct-17 $05 
0084B 2017 Crack Sealing North and East Regions STATEWIDE A2 0 0 Ape) Jul-17 Oct-17 $0.5 
0084A 2017 Crack Sealing South and Central Regions STATEWIDE A.26 0 0 (BEM Jul-17 Oct-17 $06 
0086Y 2017 Paver Placed Elastomeric Surface Treatment STATEWIDE = A260 (0s ABE GR Nov-17-12 
0086X 2017 Rubbertized Asphalt Chip Sealing STATEWIDE A.26 0 0 (RRM Jul-17  Jun-18 $18 
0007C East Main Road 1R Improvements POR A26 0 0 BSCR MBER 8 Nov-18 = 962 
0088A 1-95 Resurfacing (Rt 2 to Service Avenue) WAR A-27 20 0 Jul-17 Oct-17 Dec-18 $11.0 
0082C 1-95 Resurfacing, C-2 (Pawtucket) eau A-27 3600 0 Jul-17 Oct-17 Nov-18 $3.0 
0061K Improvements to Rt 44/100 Intersection and Chepachet Riv GLOC A-27 60 0 Jan-17 Mar-17 ay-18 $1.5 
0081K Pavement Preservation to Rt 1A (Newport Ave) Paw A-27 360 (0 Sep-17 Dec-17 ay-19 $3.0 
0081W Route 146 Improvements LINNPR PvD A027 00 Fo? ay ay-18 $47 
0081R Route 24 Improvements POR A27 0 0 [MRR Sep-17 Sep-18 $60 
0166H Route 4 Improvements, C-2 EGR NKS WAR A-27 0 0 Oct-16 Jan-17 Aug-17 $4.0 
0173S Snell Road Improvements LCM A-28 0 0 Jul-17 Oct-17 Dec-18 $0.8 
0073J Statewide Pavement Striping Eastbay 17-18 STATEWIDE A.28 0 0 [Sem MEYER may-19 $49 
0173Z US Route 6 Hartford Ave JOH SCI A-28 0 0 Sep-17 Dec-17 Jun-19 $5.5 
0165V Woodville Road Improvements HOF RIC A-28 0 0 Aug-17 Nov-17 Nov-18 $4.2 
0 0 $56 
TRAFFIC 
0071Q Aquidneck Avenue Improvements - Middletown mrp A-29 0 0 Sep-17 Dec-17 May-19 $1.2 
0025E Coventry - Local Safety Improvements cov A-29 0 0 May-17 Sep-17 ‘Sep-18 $0.3 
0025F Cranston - Local Safety Improvements CRA A-29 0 0 Aug-17 Dec-17 Nov-18 — $0.3 
0153T Diamond Hill Road Improvements WNS A-29 0 0 Sep-17 Dec-17 May-20 $1.5 
0025J High Friction Surface Treatments 2016 STATEWIDE A-29 0 0 Jan-17— Apr-17. Jan-18 $0.6 
0011D Intersection Safety Improvements at I-295 at Rt6 in Johnst NAR YOR NEW A-30 0 0 Sep-17 Dec-17 Apr-19 $1.1 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 

0071P Metacom Avenue - HSIP BRI WRN A30 0 0 Aug-17 Nov-17 Nov-18 $3.1 

0071U South (Route 2 and Route 102 Roundabout) - HSIP NKS SKS A30 0 0 (MMM 8 sep-17 gun-19 $25 

0072J Traffic Signal Optimization, C-3, 2016 STATEWIDE §=6 A300 0s GC 18H 4 
00 $12 

TAP/OTHER 

0021U Blackstone Bikeway 8C NSM A28 0 0 (GMMR sep-17 Oct-19 $28 
00 $3 

STORMWATER 

0166M High Street/Kingstown Road Stormwater Mitigation SKS A28 0 0 Meee GRRE 8 Nov-17 $02 
00 $0 

OPERATING 

0073M 2017-2018 Statewide Pavement Striping -North STATEWIDE A925 0 0 [SOM MEYER Apr-19 = $20 

0201V 1-95 Corridor Preservation - Bridge Washing (58C) CRA PVD WAR A-25 3 6 May-17 Jul-17 Dec-18 $5.2 
3 6 $7 

Number of In design Advertised In Construction Complete Total 32 49 $238 


Projects: 24 13 10 0 47 


Changes from Last Quarter 
Insert A 


Schedule Changes Since Last Quarter 


Last Current 


Milestone Quater Quarter 


+/- 


0143A Big River Bridge No. 34 (57K) 


Advertise 6/30/2017 9/30/2017 RG 
NTP 7/30/2017 12/31/2017 
Substantially Complete 5/31/2020 10/31/2020 


Comments 


Delay due to permitting issues 


0153T Diamond Hill Road Improvements 


Delay due to Right of Way acquisition 


Substantially Complete 11/30/2019 _ 5/30/2020 IBA) 

0168H Hope Valley Bridges (69D) Delay due to TIP approval 
Advertise 5/31/2017 7/31/2017 a 
NTP 9/30/2017 10/31/2017 Gal 

0143W Horton Farm Bridge No. 472 (57M) Project advanced to FFY 17 
Advertise 10/30/2017 9/30/2017 N30 
NTP 2/28/2018 1/31/2018) 28 

0114P 1-95 North & South Bridges at Toll Gate Road Nos. 683, 684 (5T - C) Project changed from design bid build to design build 
Advertise 7/31/2017 8/31/2017 
NTP 12/31/2017 _ 1/31/2018 aa 

0011D Intersection Safety Improvements at I-295 at Rt 6 in Johnston & Jefferson Project added to FFY17 
Advertise 2/28/2018 9/30/2017 (ABA 
NTP 3/31/2018 12/31/2017) 980 
Substantially Complete 5/31/2019 __ 4/30/2019) 34) 

0081K Pavement Preservation to Rt 1A (Newport Ave) Delay due to Right of Way acquisition 
Advertise 8/31/2017 9/30/2017 SO 
NTP 11/30/2017 12/31/2017 Sal 
Substantially Complete 6/30/2019 ~_ 5/31/2019 180 

0016J Pine Street Bridge No. 548 (31) Accelerated advertisement 
Advertise 10/31/2017 9/30/2017 N34 
NTP 2/28/2018 12/30/2017 60) 

0014F Simmonsville Bridge No. 326 (57C) Advetisement delayed due to added scope at the Town's request 
Advertise 6/30/2017 9/30/2017 SES 
NTP 9/30/2017 1/31/2018 aS) 

0168C Victory Highway Bridge No. 589 (71) Delay due to TIP approval 
Advertise 6/30/2017 8/31/2017 ea 
NTP 9/30/2017 11/30/2017 eal 
Substantially Complete 6/30/2020 __ 9/30/2020 NRO) 

0165V Woodville Road Improvements Delay due to permitting issues 
Advertise 7/31/2017 oor 
NTP 10/31/2017 11/30/2017 


Advertised 


0084C 2017 Crack Sealing Limited Access Delay in post qualification process 
NTP 6/30/2017 7/31/2017 Sa 

0084B 2017 Crack Sealing North and East Regions Delay in post qualification process 
NTP 6/30/2017 7/31/2017 Sa 

0084A 2017 Crack Sealing South and Central Regions Delay in post qualification process 
NTP 6/30/2017 7/31/2017 

0086X 2017 Rubbertized Asphalt Chip Sealing Delay in post qualification process 
NTP 6/30/2017 7/31/2017 

0170C Baker Pines Bridge No. 593 NTP revised based on extending the RFP duration at the industries request 
NTP 10/31/2017 12/31/2017 (Gal 
Substantially Complete 11/30/2019 12/31/201 Q 31 

0021U Blackstone Bikeway 8C Accelerated advertisement 
Advertise 6/28/2017 _6/7/2017 

0114S Cumberland 1-295 Corridor Bridges (37T - |) Revised due to updated information 
NTP 9/30/2017 vical 
Substantially Complete 11/30/2020 5/31/2020 


Schedule Changes Since Last Quarter 


Last Current 


Milestone Quater Quarter +/- Comments 
0081R Route 24 Improvements Accelerated advertisement 
Advertise 6/30/2017 6/23/2017 7 
0071U South (Route 2 and Route 102 Roundabout) - HSIP Schedule updated based on CTD at advertisement 
Advertise 6/30/2017 6/28/2017 
Substantially Complete 9/30/2018 _ 6/30/2019 Na) 
0154A Wood River & Holburton Bridges Nos. 261, 262 (58D) Delay due to permitting issues 
NTP 5/31/2017 _ 8/31/2017 
0114K Wood River Valley Bridge No. 404, I-95 North & South (7T - A) NTP revised based on extending the RFP duration at the industries request 


NTP 7/31/2017 ~— 8/31/2017 
Substantially Complete 5/31/2019 5/31/2020 


In Construction 


0153P Bridge End Treatments - HSIP Initial NTP budget was not updated 
Substantially Complete 5/31/2017 10/31/2017 BS 

0173F Broadway Streetscape Improvements Project Additional Scope added at City's request 
Substantially Complete 5/31/2017 __7/31/2017 Gal 

0007C East Main Road 1R Improvements Updated for actual NTP date 
NTP 4/30/2017 4/28/2017 

0165X High Street & Kingstown Road Improvements Project finished ahead of schedule 
Substantially Complete 9/30/2017 _ 8/31/2017 N80 

0166M High Street/Kingstown Road Stormwater Mitigation Project finished ahead of schedule 
NTP 5/30/2017 6/7/2017 BB) 
Substantially Complete 6/30/2018 _ 11/30/2017 242 

0018A New Providence Viaduct Southbound Bridge No. 578 Delay due to paving schedule 
Substantially Complete 5/31/2017 __7/31/2017 Sal 

0143U Pawtucket Area Bridges (53B) Project Substantial completion date revised due to Notice to Proceed 
Substantially Complete 7/9/2018 7/31/2018 aD) 

0153N Route 102 & Route 117 Improvements - Roundabout Delay due to ROW issue 
NTP 4/30/2017 5/2/2017 

0081W Route 146 Improvements Schedule revised at NTP 
Advertise 2/28/2017 2/22/2017 
Substantially Complete 9/30/2018 _ 5/31/2018 |422) 

0078G South/North Main Streets ADA Improvements Delay due to added scope to address emergency repairs 
Substantially Complete _ 8/31/2017 _ 11/30/2017 

0072J Traffic Signal Optimization, C-3, 2016 Accelerated Advertisement 
NTP 5/31/2017 5/24/2017 A 

9500A Arcadia Management Area Bridge Replacement Project finished ahead of schedule 
Substantially Complete 5/31/2017 _ 5/25/2017 6 

0153C Central Bridge No. 018201 & Access Improvements to Route 114 Project finished ahead of schedule 
Substantially Complete 5/31/2017 4/6/2017 N55) 

0113L Glenbridge Ave and South County Trail Bridges (69F) Updated to reflect actual substantial completion date 
Substantially Complete 5/31/2017 _ 5/22/2017 09) 

02011 Hamlet Ave. Bridge #500 (69C) Project finished ahead of schedule 
Substantially Complete 7/31/2017 _5/15/2017 77 

0153R Memorial Blvd. & Francis Street Improvements Adverse weather and differing site conditions 
Substantially Complete 5/31/2017 __ 6/21/2017 BM 

0071V Mineral Spring Avenue HSIP Project finished ahead of schedule 
Substantially Complete 7/31/2017 _—_—6/9/2017 NB) 

0132G Portsmouth Maintenance Facility Project finished ahead of schedule 
Substantially Complete 6/30/2017 5/18/2017 43) 

0012N Ramp El Bridge No. 1083 (56A) Project finished ahead of schedule 
Substantially Complete 5/31/2018 __6/20/2017 B45) 

0072K Traffic Signal Optimization, C-2 Project finished ahead of schedule 
Substantially Complete 5/31/2017 4/14/2017 47) 

0071T Warwick - HSIP Project finished ahead of schedule 
Substantially Complete 7/31/2017 ~—«6/6/2017 NBS) 


Budget Changes Since Last Quarter 


PTS NAME 

In Design 

0071Q Aquidneck Avenue Improvements - Middletown 
0153T Diamond Hill Road Improvements 

0168H — Hope Valley Bridges (69D) 

0013M 1-195 Corridor Bridges (77) 

0114T ‘1-295 Bridges Contract | 

0011D _ Intersection Safety Improvements at |-295 at Rt 6 in Jo 
0013L Route 146 Corridor Bridges (38) 
Subtotal 

Advertised 

0084C 2017 Crack Sealing Limited Access 

0084B 2017 Crack Sealing North and East Regions 
00844 2017 Crack Sealing South and Central Regions 
0086X 2017 Rubbertized Asphalt Chip Sealing 

0201V 1-95 Corridor Preservation - Bridge Washing (58C) 
Subtotal 


In Construction 


Q086Y 2017 Paver Placed Elastomeric Surface Treatment 
0007C —_ East Main Road 1R Improvements 

0025J High Friction Surface Treatments 2016 

0166M — High Street/Kingstown Road Stormwater Mitigation 
0153N — Route 102 & Route 117 Improvements - Roundabout 
0081W = Route 146 Improvements 

0072J —— Traffic Signal Optimization, C-3, 2016 

Subtotal 

Complete 

0113L — Glenbridge Ave and South County Trail Bridges (69F) 
7006F = Guardrail Repair and Replacement 2014-2016 

7005F — Impact Attenuator Repair and Replacement 2014-2016 
0012N Ramp El Bridge No. 1083 (56A) 

7009E Statewide Fence Repair and Replacement 2015-2016 
0055J Statewide Resurfacing 2015, C-1** 

0173N — US Route 1, South Kingstown Improvements 
Subtotal 


Total 


Last Current 
Quater Quarter 


1.69 
2.243 
5.898 

26.084 
17.518 

1.04 
16.397 


$2.140 
$2.977 
$6.085 
$27.506 
$17.281 
$1.915 
$10.922 


1.054 
1.054 
1.054 
2.642 
7.376 


$0.893 
$0.932 
$0.966 
$2.425 
$7.331 


2.179 
9.694 
1.345 
1.019 
4.485 
14.709 
2.206 


$1.744 
$9.451 
$1.308 
$0.715 
$4.308 
$7.915 
$2.282 


8.661  $8.776 


3.183 

1.76 
1.325 
0.763 
5.175 
2471 


$2.534 
$0.998 
$0.885 
$0.615 
$4.589 
$2.313 


+/- 


_— 
A 
ng 
oS 
HEE ES HELL 


($0.633) 


($7.914) 


($2.627) 
($13.218) 


Additional scope added to address safety concerns 
Updatd to reflect current enginner estimate 

Updated to reflect current enginner estimate 

Funding added for increased scope 

Savings due to shift from design bid build to design build 
Initial budget entered under different PTSID 

Updated to reflect current engineers estimate 


Revised for NTP budget 
Revised for NTP budget 
Revised for NTP budget 
Revised for NTP budget 
Revised for NTP budget 


Revised for NTP budget 
Revised for NTP budget 
Revised for NTP budget 
Revised for NTP budget 
Revised for NTP budget 
Revised for NTP budget 
Revised for NTP budget 


Additional scope due to bridge being in worse condition than 
initially anticipated 

Adjusted for project closeout 

Adjusted for project closeout 

Project finished ahead of schedule 

Adjusted for project closeout 

Adjusted for project closeout 

Adjusted for project closeout 


Index of Projects by Municipality 
Insert A 


Index of Projects by Municipality 


PTSID Project Name Type Appendix 
BARRINGTON 

0153C Central Bridge No. 018201 & Access Improvements to Route 114 Bridge A-1 
BRISTOL 

9603B Colt State Park Bike Path Connector TAP/Other A-10 
0071P Metacom Avenue - HSIP Traffic A-30 


BURRILLVILLE 


0076N Route 107 1R Improvements Pavement A-18 
0154B Shippee Bridge No. 307 (69E) Bridge A-6 
CENTRAL FALLS 

0004B Dexter Street 1R Improvments Pavement A-8 
CHARLESTOWN 

0114L Central RI Bridges - Group 12 (32 Bridges) Bridge A-22 
0086R West Main Road (Route 77) Chip Seal Pavement A-7 
COVENTRY 

9500A Arcadia Management Area Bridge Replacement Bridge A-1 
0114L Central RI Bridges - Group 12 (32 Bridges) Bridge A-22 
0025E Coventry - Local Safety Improvements Traffic A-29 
0168H Hope Valley Bridges (69D) Bridge A-23 
0153N Route 102 & Route 117 Improvements - Roundabout Traffic A-21 
0172Y Route 102 1R Improvements, C-3 Pavement A-8 
0173) Route 116 Knotty Oak Rd. Pavement A-9 
CRANSTON 

0114L Central RI Bridges - Group 12 (32 Bridges) Bridge A-22 
0025F Cranston - Local Safety Improvements Traffic A-29 
0114T |-295 Bridges Contract 1 Bridge A-23 
0114U |-295 Bridges Contract 2 Bridge A-23 
0201U I-95 Corridor Bridge Preservation & Resurfacing Bridge A-6 
0201V I-95 Corridor Preservation - Bridge Washing (58C) Operating A-25 
0194C Park Avenue RR Bridge No. 922 (59A) Bridge A-24 
0113V Route 24 & I-295 Bridge Preservation Bridge A-6 
0173R Route 37 1R Improvements Pavement A-9 
CUMBERLAND 

0114S Cumberland I-295 Corridor Bridges (37T -l) Bridge A-22 
0084G Rubberized Asphalt Chip Seal 2016 Pavement A-16 
EAST GREENWICH 

0114L Central RI Bridges - Group 12 (32 Bridges) Bridge A-22 
0113L Glenbridge Ave and South County Trail Bridges (69F) Bridge A-5 
0166H Route 4 Improvements, C-2 Pavement A-27 
0055) Statewide Resurfacing 2015, C-1** (See A-45) Pavement A-9 
EAST PROVIDENCE 

0153D Coles Bridge No. 134 (66) Bridge A-5 
0143D East Shore Expressway Bridges Nos. 475, 476 Bridge A-5 
0168H Hope Valley Bridges (69D) Bridge A-23 
0143W Horton Farm Bridge Bridge A-23 
0013M 1-195 Corridor Bridges (77) Bridge A-23 
0012E 1-195 Relocation - Landscape Contract C Pavement A-3 
0171B Newman Avenue Bridge No. 224 (57D) Bridge A-13 
0143K Pawtucket Avenue Bridge Bridge A-13 
OO09N Washington Bridge North No. 700 (57A T-J) Bridge A-15 
EXETER 

0201L Browning Mill Bridge No. 38 (57J) Bridge A-22 
0013L Route 146 Corridor Bridges (38) Bridge A-24 


0168E Tefft Hill Trail Bridge No. 592 (67T - B) Bridge A-15 


FOSTER 


0168H Hope Valley Bridges (69D) 

0084H Paver Placed Elastomeric Surface Treatment 2016 

0172Y Route 102 1R Improvements, C-3 

GLOCESTER 

0061K Improvements to Rt 44/100 Intersection and Chepachet River Bridge Repair C-3E 
0084G Rubberized Asphalt Chip Seal 2016 

0055) Statewide Resurfacing 2015, C-1** (See A-45) 

HOPKINTON 

9500A Arcadia Management Area Bridge Replacement 

0114L Central RI Bridges - Group 12 (32 Bridges) 

0168H Hope Valley Bridges (69D) 

0115Z I-95 Highway LED Lighting - Exits 1, 2, 4, 5, and Weigh Stations 
0084G Rubberized Asphalt Chip Seal 2016 

0154A Wood River & Holburton Bridges Nos. 261, 262 (58D) 

0114K Wood River Valley Bridge No/ 404, I-95 North & South (7T - A) 
0165V Woodville Road Improvements 

JAMESTOWN 

0049M Jamestown-Verrazzano Bridge No. 800 & Cove Bridge No. 495 
JOHNSTON 

0114U |-295 Contract 2 

0011D Intersection Safety Improvements to I-295 @ Rt 6 Johnston & Jefferson Blvd at Main Ave in Warwick 
0014F Simmonsville Bridge No. 326 (57C) 

0173Z Hartford Avenue (US-6) Resurfacing 

LINCOLN 

0166) Mussey Brook Bridge No. 380 (56C) 

0166L New River Road and Victory Highway 1R Improvements 
0166K Old River Road (Route 126) 1R Improvements 

0081W Route 146 Improvments 

0055) Statewide Resurfacing 2015, C-1** (See A-45) 

LITTLE COMPTON 

0173S Snell Road Improvements 

0086R West Main Road (Route 77) Chip Seal 

MIDDLETOWN 

0071Q Aquidneck Avenue Improvements - Middletown 

0007F Two Mile Corner Reconstruction 

NARRAGANSETT 

0144B Great Island Bridge #499 

NEW SHOREHAM 

0130R Ocean Avenue 1R Improvements 

NEWPORT 

0173F Broadway Streetscape Improvements Project 

0011D Intersection Safety Improvements to I-295 @ Rt 6 Johnston & Jefferson Blvd at Main Ave in Warwick 
0172F Mineral Spring Avenue 1R Improvements 


NORTH KINGSTOWN 


0156A 
0166H 
0071U 


Clarence Hussey Bridge No. 11 (69B) 
Route 4 Improvements, C-2 
South (Route 2 and Route 102 Roundabout) - HSIP 


NORTH PROVIDENCE 


0071V 
0081W 
0172B 
0172F 


Mineral Spring HSIP 

Route 146 Improvments 

Woonasquatucket Avenue 1R Improvements 
Mineral Spring Ave 1R Improvements 


NORTH SMITHFIELD 


0021U 
0183B 


Blackstone Bikeway 8C 
Central Street Bridge 


Bridge 
Pavement 
Pavement 


Pavement 
Pavement 
Pavement 


Bridge 
Bridge 
Bridge 
Traffic 
Pavement 
Bridge 
Bridge 
Pavement 


Bridge 


Bridge 

Traffic 

Bridge 
Pavement 


Bridge 
Pavement 
Pavement 
Pavement 
Pavement 


Pavement 
Pavement 


Traffic 
Pavement 


Bridge 


Pavement 


Pavement 
Traffic 
Pavement 


Bridge 
Pavement 
Traffic 


Traffic 
Pavement 
Pavement 
Pavement 


TAP 
Bridge 


A-23 
A-16 
A-8 


A-27 
A-16 
A-9 


A-1 
A-22 
A-23 

A-3 
A-16 
A-15 
A-25 
A-28 


A-1 


A-1 


A-3 


A-8 
A-30 
A-3 


A-5 
A-27 
A-30 


A-20 

A-27 

A-10 
A-3 


A-28 
A-12 


0114) Farnum Pike Bridges Nos. 44101, 44121 (38T - L) 
0013L Route 146 Corridor Bridges (38) 

0166D Route 146A and Park Avenue Intersection Improvements 
0118A Slatersville Stone Arch Bridge. 273 (70C) 
PAWTUCKET 

0004B Dexter Street 1R Improvments 

0114R 1-95 Corridor Bridge Nos. 56101, 56121, 56201, 56221 (3T -F) 
0082C 1-95 Resurfacing C-2 

0172F Mineral Spring Avenue 1R Improvements 

00841K Pavement Preservation to Rt 1A (Newport Ave) 
0143U Pawtucket Area Bridges (53B) 

0143K Pawtucket Avenue Bridge No. 471 (57B) 

0016) Pine Street Bridge No. 548 (31) 

0055) Statewide Resurfacing 2015, C-1** (See A-45) 
PORTSMOUTH 

0007C East Main Road 1R Improvements 

0049M Jamestown-Verrazzano Bridge No. 800 & Cove Bridge No. 495 
0031N Old Sakonnet River Bridge Demolition (Superstructure) 
0132G Portsmouth Maintenance Facility 

0081R Route 24 Improvements 

PROVIDENCE 

0163) Atwells Ave Bridge No. 975 Replacement 

0021R Blackstone River Bikeway - Segment 1A 

0012T Gano St Improvements (India St to Trenton) 

0113L Glenbridge Ave and South County Trail Bridges (69F) 
0144E Harbor Junction Bridge No. 131 (57E) 

0012E 1-195 Relocation - Landscape Contract C 

0201U I-95 Corridor Bridge Preservation & Resurfacing 
0201V I-95 Corridor Preservation - Bridge Washing (58C) 
0079G I-95 Resurfacing (Elmwood Avenue to Eddy St) 
0058L I-95 Sustainability - Phase | 

0153R Memorial Blvd. & Francis Stret Improvements 
0018A New Providence Viaduct Southbound Bridge No. 578 
0114N Oxford Street Bridge No. 653 (2T) 

0163F Pleasant Valley Parkway Bridge No. 777 

0078U Providence - Downtown Improvements, C-3 

0012L Providence Area Bridges Nos. 1080, 1082 (56B) 
0012R Providence River Pedestrian Bridge 

9004D Providence Station Enhancements 

0012N Ramp El Bridge No. 1083 (56A) 

0013L Route 146 Corridor Bridges (38) 

0081W Route 146 Improvments 

0172C Smith Street Improvements 

0078G South/North Main Streets ADA Improvements 
OO009N Washington Bridge North No. 700 

0201T West Elmwood RR Bridge No. 660 (69G) 

0172B Woonasquatucket Avenue 1R Improvements 
RICHMOND 

9500A Arcadia Management Area Bridge Replacement 
0170C Baker Pines Bridge 

0145B Carolina Bridges (57F) 

0114L Central RI Bridges - Group 12 (32 Bridges) 

0168H Hope Valley Bridges (69D) 

0115Z I-95 Highway LED Lighting - Exits 1, 2, 4, 5, and Weigh Stations 
0084H Paver Placed Elastomeric Surface Treatment 2016 
0055) Statewide Resurfacing 2015, C-1** (See A-45) 
0086R West Main Road (Route 77) Chip Seal 

0165V Woodville Road Improvements 

SCITUATE 

0173Z US Route 6 Hartford Ave 

SMITHFIELD 

0153E Capron Road Bridge No. 792 (70A) 
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0165xX High Street & Kingstown Road Improvements 
0166M High Street/Kingstown Road Stormwater Mitigation 
0143R Route 1/South County Pier Cap Replacements 
0153N Route 102 & Route 117 Improvements - Roundabout 
0139H Route 138 Improvements 

0071U South (Route 2 and Route 102 Roundabout) - HSIP 
0055) Statewide Resurfacing 2015, C-1** (See A-45) 

0173N US Route 1, South Kingstown Improvements 
STATEWIDE 

0084A 2017 Crack Sealing Limited Access 

0084B 2017 Crack Sealing North & East Regions 

0084C 2017 Crack Sealing South & Central Regions 

OO86Y 2017 Paver Places Elastomeric Surface Treatment 
0086X 2017 Rubberized Asphalt Chip Seal 

0073M 2017-2018 Statewide Pavement Striping-North 
0153P Bridge End Treatment 

0084S Crack Sealing - Limited Access 

0086U Crack Sealing - Limited Access, 2015 

00842 Crack Sealing - North & East, 2016 

0084Y Crack Sealing - South & Central, 2016 

0102) East Bay/South, C-6 - STC 

0011C Enhanced Roadside & Freeway Delineation 

7006F Guardrail Repair and Replacement 2014-2016 

0025 High Frition Surface Treatments 2016 

7005F Impact Attenuator Repair and Replacement 2014-2016 
0102H North, C-5 - STC 

0102G North/Central, C-4 - STC 

0116E Pavement Striping - East Bay, 2015 

0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon 
o086w Rubberized Asphalt Chip Seal, 2015 

0122H Statewide DMS Installation 

7006H Statewide Fence 2017-2019 

7009E Statewide Fence Repair and Replacement 2015-2016 
7006G Statewide Guardrail 2017-2019 

7006) Statewide Impact Attenuator 2017-2019 

0116S Statewide LED Retrofit Project 

0073L Statewide Pavement Striping - Central, 2016-2017 
0073) Statewide Pavement Striping - Eastbay 2017-2018 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 
0073K Statewide Pavement Striping - South, 2016-2017 
0055K Statewide Resurfacing C-2, 2017** 

0072K Traffic Signal Optimization, C-2 

0072) Traffic Signal Optimization, C-3, 2016 

TIVERTON 

0113V Route 24 & |-295 Bridge Preservation 

WARREN 

0071P Metacom Avenue - HSIP 

WARWICK 

0113U Airport Connector & Route 2 Bridges (53C & 81B) 
0185A Apponaug Circulator By-Pass 

0114L Central RI Bridges - Group 12 (32 Bridges) 

0091K Coronado Road Pedestrian Enhancements 

0113L Glenbridge Ave and South County Trail Bridges (69F) 
0201U I-95 Corridor Bridge Preservation & Resurfacing 
0201V I-95 Corridor Preservation - Bridge Washing (58C) 
0114P I-95 North & South Bridges at Toll Gate Road Nos. 683, 684 (5T -B2, C) 
0082C I-95 Resurfacing (Rt2 to Service Avenue) 

0011D Intersection Safety Improvements to I-295 @ Rt 6 Johnston & Jefferson Blvd at Main Ave in Warwick 
0113V Route 24 & I-295 Bridge Preservation 

0173R Route 37 1R Improvements 

0166H Route 4 Improvements, C-2 

0156C South County Freeway Bridge No. 686 (52A) 

0071T Warwick - HSIP 

WEST GREENWICH 

0143A Big River Bridge No. 34 (57K) 


Pavement 
Stormwater 
Bridge 
Traffic 
Pavement 
Traffic 
Pavement 
Pavement 


Pavement 
Pavement 
Pavement 
Pavement 
Pavement 
Operating 
Traffic 
Operating 
Operating 
Operating 
Operating 
Traffic 
Traffic 
Operating 
Traffic 
Operating 
Traffic 
Traffic 
Operating 
Traffic 
Operating 
Traffic 
Operating 
Operating 
Operating 
Operating 
Traffic 
Operating 
Pavement 
Operating 
Operating 
Pavement 
Traffic 
Traffic 


Bridge 


Traffic 


Bridge 
Pavement 
Bridge 
Traffic 
Bridge 
Bridge 
Operating 
Bridge 
Pavement 
Traffic 
Bridge 
Pavement 
Pavement 
Bridge 
Traffic 


Bridge 


A-6 


A-30 


0114L Central RI Bridges - Group 12 (32 Bridges) 

01152 1-95 Highway LED Lighting - Exits 1, 2, 4, 5, and Weigh Stations 
0153N Route 102 & Route 117 Improvements - Roundabout 

0168C Victory Highway Bridge No. 589 (71) 


WEST WARWICK 
0114L Central RI Bridges - Group 12 (32 Bridges) 


WESTERLY 

0113L Glenbridge Ave and South County Trail Bridges (69F) 

01152 1-95 Highway LED Lighting - Exits 1, 2, 4, 5, and Weigh Stations 
WOONSOCKETT 

0153T Diamond Hill Road Improvements 

02011 Hamlet Ave. Bridge #500 (69C) 


0166D Route 146A and Park Avenue Intersection Improvements 
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